SOLICITATION/CONTRACT/ORDER FOR COMMERCIAL ITEMS 
OFFEROR TO COMPLETE BLOCKS 172, 17, 23, 24, AND 30 

2, CONTRACT NO. 3. AWARD/EFFECTIVE DATE 4, ORDER NUMBER 5, SOUCITATION NUMBER 6, SOLICITATION ISSUE DATE 

7. FOR SOLICITATION b. TELEPHONE NUMBER (No Collect Calls) 8, OFFER DUE DATE/LOCAL TIME 

9. ISSUED BY CODE 10. THIS ACQUISITION IS UNRESTRICTED OR| | SET ASIDE: 


USA CONTRACTING CMD-APG. - W911SR [_Jeuceue uner SMALL BUS NESS (WOSB) 


ELIG BLE UNDER THE WOMEN-OWNED 
EDGEWOOD CONTRACTING DIVISION SMALL BUSINESS PROGRAM 
8456 BRIGADE STREET 


HUBZONE SMALL NAICS: 
BLDG E4215 bere [_]eowoss soe’ 
ABERDEEN PROVING GROUND MD 21010-5401 


SERVICE-DISABLED Bae ERNGIED: 
[] VETERAN-OWNED [Jew RD: 
SMALL BUSINESS 1,000 


. DELIVERY FOR FOB DESTINA- | 12. DISCOUNT TERMS 13b. RATING 
TION UNLESS BLOCK IS Net 30 Days q 13a, THIS CONTRACT IS A 
RATED ORDER UNDER 


ee DPAS (15 CFR 700) 14. METHOD OF SOLICITATION 


[] SEE SCHEDULE [_]rra [_]ire [x]RrP 


15. DELIVER TO 16. ADMINISTERED BY 
JPEO-CBRND 


[_]smaue BUSINESS 


SEE ITEM 9 


17a.,CONTRACTOR/ CODE FACILITY 18a. PAYMENT WILL BE MADE BY 
OFFEROR CODE 
HTL-STREFA, INC, DFAS-INDY VP GFEBS 
8899 E 56TH STREET 
INDIANAPOLIS IN 46249-3800 


[ 17b. CHECK IF REMITTANCE IS DIFFERENT AND PUT 18b. SUBMIT INVOICES a ADDRESS SHOWN IN BLOCK 18a. UNLESS BLOCK 
SUCH ADDRESS IN OFFER BELOW IS CHECKED SEE ADDENDUM 
19. 20. 
ITEM NO. SCHEDULE OF SUPPLIES/ SERVICES aun 


25. ACCOUNTING AND APPROPRIATION DATA 26, TOTAL AWARD AMOUNT (For Govt. Use Only) 


See Schedule $12,330,000.00 


Bs SOLICITATION INCORPORATES BY REFERENCE FAR 52.212-1. 52.212-4. FAR 52.212-3. 52.212-5 ARE ATTACHED. ADDENDA [ pre ‘Bice NOT ATTACHED 
27b. CONTRACT/PURCHASE ORDER INCORPORATES BY REFERENCE FAR 52.212-4. FAR 52.212-5 IS ATTACHED. ADDENDA [x]are [_Jare NOT ATTACHED 


28, CONTRACTOR IS REQUIRED TO SIGN THIS DOCUMENT AND RETURN uf 29, AWARD OF CONTRACT: REF. 


COPIES TO ISSUING OFFICE. CONTRACTOR AGREES TO FURNISH AND OFFER DATED -. YOUR OFFER ON SOLICITATION 
DELIVER ALL ITEMS SET FORTH OR OTHERWISE IDENTIFIED ABOVE AND ON ANY (BLOCK 5), INCLUDING ANY ADDITIONS OR CHANGES WHICH ARE 
ADDITIONAL SHEETS SUBJECT TO THE TERMS AND CONDITIONS SPECIFIED. SET FORTH HEREIN, IS ACCEPTED AS TO ITEMS: 


(SIGNATURE OF CONTRACTING OFFICER) 


30b. NAME AND TITLE OF SIGNER 30c. DATESIGNED ‘| 31b. NAME OF CONTRACTING OFFICER rYPE OR PRINT) 3lc. DATE SIGNED 
(TYPE OR PRINT) 


AUTHORIZED FOR LOCAL REPRODUCTION STANDARD FORM 1449 (REV. 2/2012) 
PREVIOUS EDITION IS NOT USABLE Prescr bed by GSA — FAR (48 CFR) 53.212 
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(CONTINUED) 
Frome. | soemucorsumessewcs | anny | unr | uwremce | amour 


lf TT 


32a. QUANTITY IN COLUMN 21 HAS BEEN 


[ ] RECEIVED [_]imeeeeres Lh, 
CCEPTED, AND CONFORMS TO THE CONTRACT, EXCEPT AS NOTED: 


32b. SIGNATURE OF AUTHORIZED GOVERNMENT 32c. DATE 32d. PRINTED NAME AND TITLE OF AUTHORIZED GOVERNMENT 
REPRESENTATIVE REPRESENTATIVE 


32e. MAILING ADDRESS OF AUTHORIZED GOVERNMENT REPRESENTATIVE 32f. TELEPHONE NUMBER OF AUTHORIZED GOVERNMENT REPRESENTATIVE 


32g. E-MAIL OF AUTHORIZED GOVERNMENT REPRESENTATIVE 


33. SHIP NUMBER 34, VOUCHER NUMBER 35. AMOUNT VERIFIED 36. PAY MENT 37. CHECK NUMBER 
CORRECT FOR 


[rama [rat [Jeometere [Jarman [Jr 


38. SIR ACCOUNT NUMBER |39. S/R VOUCHER NUMBER |40. PAID BY 


41a. | CERTIFY THIS ACCOUNT IS CORRECT AND PROPER FOR PAYMENT | 42a. RECEIVED BY (Print) 
41b. SIGNATURE AND TITLE OF CERTIFYING OFFICER 4ic. DATE 


42b. RECEIVED AT (Location) 


42c. DATE REC'D (YY/MM/DD) 42d. TOTAL CONTAINERS 


AUTHORIZED FOR LOCAL REPRODUCTION STANDARD FORM 1449 (REV. 2/2012) BACK 
PREVIOUS EDITION IS NOT USABLE Prescribed by GSA — FAR (48 CFR) 53.212 
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STATEMENT OF WORK 
STATEMENT OF WORK 
PROCUREMENT OF SAFETY NEEDLES AND SYRINGES FOR COVID-19 


1.0 SCOPE: The Contractor, as an independent Contractor and not as an agent of the 
Government, shall furnish the necessary resources as specified in this Statement of Work 
(SOW), to manufacture and/or supply Safety Needles and Syringes. 


2.0 BACKGROUND: 


On Friday, March 13, 2020, the President declared a national emergency concerning the novel 
coronavirus disease (COVID-19) under section 501(b) of the Robert T. Stafford Disaster Relief 
and Emergency Assistance Act, 42 U.S.C. 5121-5207 (the “Stafford Act). 


The mission of the Division of Strategic National Stockpile (DSNS), of the United States (U.S.) 
Department of Health and Human Services (HHS) Office of the Assistant Secretary for 
Preparedness and Response (ASPR), is to ensure the availability and rapid deployment of life- 
saving pharmaceuticals, antidotes, other medical supplies, and equipment necessary to counter 
the effects of nerve agents, biological pathogens, and chemical agents. When state, local, tribal, 
and territorial public health and medical systems request federal assistance to support their 
response efforts, DSNS ensures the right medicines and supplies get to those who need them 
most during anemergency. When the vaccine becomes available the Government will have an 
immediate need to begin vaccinating the entire U.S. population. To administer the vaccine the 
Government will require needles and syringes to be available. 


There is an insufficient domestic supply of safety needles and syringes to meet the projected 
needs to vaccinate the nation’s entire population against COVID-19. Should vaccine programs 
be accelerated, demand could outpace available devices to administer a vaccine. 


3.0 OBJECTIVE: The HHS currently has contracts in place with three (3) major 
manufacturers to provide needles and syringes supplies to support the initial preparedness needs 
at the onset of a pandemic outbreak. The objective of this acquisition is to supplement the 
current supply and establish contracts with additional manufacturers and suppliers to provide a 
quantity of up to 500 million safety needles and syringes supplies. 


4.0 REQUIREMENTS: 


4.1. General: 


4.1.1. The Contractor shall “host” a Kick-Off Meeting within one (1) calendar day after contract 
award via teleconference. The Contractor shall provide Meeting Minutes containing a detailed 
overview of the meeting discussions in accordance with (IAW) Contract Data Requirements List 
(CDRL) A001. 


4.2.2. 
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4.1.1.1. The Contractor shall provide a Certificate of Analysis with each shipment per the DD 
Form 1423, Contract Data Requirements List (CDRL) A002, confirming the supplies described 
below meet the Performance Specifications in paragraph 4.2 below. 


4.1.2. The Contractor shall provide copies of 510(k) Approval Letters for ALL supplies 
(dispensing syringes or needles) to demonstrate compliance with Section 510(k) of the Food, 
Drug and Cosmetic Act as part of their proposal. The Contractor shall provide, if necessary, 
510(k) Approval Letters Updates if any information from the initial 510(k) Approval Letters is 
changed/needs to be updated. 


4.1.2.1.1. The Contractor shall ensure all supplies have a “Shelf-Life” with expiration dates of no 
less than five (5) years from the date of sterilization, and must have at least four (4) years of 
remaining expiry from the time of shipment. 


4.1.2.1.2. The Contractor shall only use Current Good Manufacturing Practice (cGMP) 
processes to manufacture the needles and syringes. 


4.1.2.1.3. Period of Performance/Delivery Dates. See the “Delivery Schedule” section of this 
Contract and “Attachment 2-Shipping Information” for all delivery requirements and shipping 
locations. 


4.2. Technical Requirements: 


4.2.1.The Contractor shall provide sterile needle (with Luer hub connection) and syringe (with 
Luer lock connection) units approved by the Food and Drug Administration (FDA) and comply 
with Occupational Safety and Health Administration (OSHA) Needlestick Safety and Prevention 
Act requirements as a “safety-engineered product.” Safety-engineered supplies include needles 
preventing sharp injuries by either; being completely enclosed after use by an attached shield, or 
be fully retracted within the syringe. The Contractor may provide individual syringes and 
individual needles as long as there is a one-to-one (1:1) ratio. In order to meet the specified 
quantities upon contract award and comply with the specifications in this SOW, the 
following may be provided: (1) individually wrapped sterile syringes with individually 
wrapped sterile needles in a one-to-one (1:1) ratio, (2) sterile needle/syringe combination 
unit, or (3) a mixture of sterile combination units and individually wrapped sterile syringes 
with equal number of individually wrapped sterile needles. 


The Contractor shall only provide acceptable product sizes as described below: 


Individual Syringe: 


3 


Sue 


Individual Needle: 


W911SR20C0049 


Page 5 of 28 


Gauge Length 


et ae a 


a ie ee 


Combination Unit: 
== 
Gauge Length 


ee a ae 


| imi {|  25G | 
| 3mb | 3G] 
eS ee 


4.2.3. Dispensing Syringe: Description: A dispensing syringe allows for the controlled and 
precise flow of liquid. The dispensing syringe is used to inject medications or other liquids into 
body tissues. Manual syringes consist of a barrel, stopper, and plunger. 


4.2.3.1. The Contractor shall ensure dispensing syringes comply with Title 21 Code of 

Federal Regulations (CFR) 880.5860 and follow International Standards Organization (ISO) 

7886-1:2017 and the following material specifications: 

423.11. A device intended for medical purposes that consists of a calibrated hollow 
barrel and a movable plunger. At one end of the barrel there is a male 
connector (nozzle) for fitting the female connector (hub) of a hypodermic 
single lumen needle: 


4.2.3.1.2. Heavy duty barrel - The barrel has a scale showing the capacity of the syringe. 

4.2.3.1.3. Stopper - The stopper maintains the fluid in the barrel between the syringe 
nozzle and the plunger: 

4.2.3.1.4. Plunger - The plunger is used to aspirate and inject fluids into and out of the 
syringe: 

4.2.3.1.5. Disposable; 

4.2.3.1.6. Luer lock to accept luer hub applicator (e.g. needle): 

4.2.3.1.7. Sizes as specified in Section 4.2.2 above; and 

4.2.3.1.8. Sterile individually wrapped packaging. 


4.2.4. Hypodermic Needle: Description: A Hypodermic needle is a slender, hollow instrument 
for introducing material into the body parenterally. 


4.2.4.1. The Contractor shall ensure hypodermic needles comply with 21 CFR 880.5570, OSHA 
Needlestick Safety and Prevention Act, and follow International Standards Organization (ISO) 
7864, and the following specifications: 
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4.2.4.1.1. Disposable; 
4.2.4.1.2. Luer hub to attach to luer lock syringe; 
4.2.4.1.3. See Tables in Sections 4.2.2 above for acceptable needle length and gauges; 
4.2.4.1.4. Sterile individually wrapped packaging; and 
4.2.4.1.5. Safety-engineered. 


4.3. Delivery Location and Shipping Requirements: See Attachment 2-“Shipping 
Information” for all delivery locations and shipping requirements. 


4.3.1. The Contractor shall provide Packing Slips with all shipments per CDRL A003. The 
Packing Slips shall include the following: (1) Contract number, (2) Item description, (3) Part 
number, (4) Lot numbers; and (5) Quantities. The Packing Slips shall include BOTH: (1) a 
Packing Slip Paper Copy with the shipment; and (2) a Packing Slip Paper Emailed Copy to the 
Designated Government Representative. 


4.3.2. No Partial Case or Packages quantities will be accepted unless approved by the 
Contracting Officer prior to shipping. 


4.3.3.The Contractor shall NOT Mixed Lot #'s per Case or per Packages. The Contractor 
shall only provide full case quantities only, wn/ess approved by the Designated Government 
Representative in advance via email. 


4.3.4. The Contractor shall ensure all pallets have the identical TyHi stack pattern, except for 
the final pallet; which would be a partial pallet or individual boxes. 


4.3.5. All supplies shall be delivered on a standard 48" by 40" pallet, not to exceed 60” in 
height, stretch wrapped, clear-wrapped is preferred, and secured to the pallet for safe transport. 


4.3.6. The Contractor shall contact the Designated Government Representative to schedule 
delivery appointments. The Government will provide the Designated Government 
Representative(s)’ information at the Kick-Off Meeting. 


4.3.7. Contractor shall contact the Designated Government Representative to schedule delivery 
appointments. 


Operation Warp Speed (OWS) Contract Language: 


Disclosure of Information 


Performance under this contract may require the Contractor to access non-public data and 
information proprietary to a Government agency, another Government Contractor or of such 
nature that its dissemination or use other than as specified in the work statement would be 
adverse to the interests of the Government or others. Neither the Contractor, nor Contractor 
personnel, shall divulge nor release data nor information developed or obtained under 
performance of this contract, except authorized by Government personnel or upon written 
approval of the CO in accordance with OWS or other Government policies and/or guidance. The 
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Contractor shall not use, disclose, or reproduce proprietary data that bears a restrictive legend, 
other than as specified in this contract, or any information at all regarding this agency. 


The Contractor shall comply with all Government requirements for protection of non-public 
information. Unauthorized disclosure of nonpublic information is prohibited by the 
Government’s rules. Unauthorized disclosure may result in termination of the contract, 
replacement of a Contractor employee, or other appropriate redress. Neither the Contractor nor 
the Contractors employees shall disclose or cause to be disseminated, any information 
concerning the operations of the activity, which could result in, or increase the likelihood of, the 
possibility of a breach of the activity‘s security or interrupt the continuity of its operations. 


No information related to data obtained under this contract shall be released or publicized 
without the prior written consent of the COR, whose approval shall not be unreasonably 
withheld, conditioned, or delayed, provided that no such consent is required to comply with any 
law, rule, regulation, court ruling or similar order; for submission to any government entity’ for 
submission to any securities exchange on which the Contractor’s (or its parent corporation’s) 
securities may be listed for trading; or to third parties relating to securing, seeking, establishing 
or maintaining regulatory or other legal approvals or compliance, financing and capital raising 
activities, or mergers, acquisitions, or other business transactions. 


Publications and Publicity 


The contractor shall not release any reports, manuscripts, press releases, or abstracts about the 
work being performed under this contract without written notice in advance to the Government. 
(a) Unless otherwise specified in this contract, the contractor may publish the results of its work 
under this contract. The contractor shall promptly send a copy of each submission to the COR for 
security review prior to submission. The contractor shall also inform the COR when the abstract 
article or other publication is published, and furnish a copy of it as finally published. 

(b) Unless authorized in writing by the CO, the contractor shall not display Government logos 
including Operating Division or Staff Division logos on any publications. 

(c) The contractor shall not reference the products(s) or services(s) awarded under this contract 
in commercial advertising, as defined in FAR 31.205-1, in any manner which states or implies 
Government approval or endorsement of the product(s) or service(s) provided. 

(d) The contractor shall include this clause, including this section (d) in all subcontracts where 
the subcontractor may propose publishing the results of its work under the subcontract. The 
contractor shall acknowledge the support of the Government whenever publicizing the work 
under this contract in any media by including an acknowledgement substantially as follows: 
"This project has been funded in whole or in part by the U.S. Government under Contract No. 
XXXX. The US Government is authorized to reproduce and distribute reprints for Governmental 
purposes notwithstanding any copyright notation thereon.” 


Confidentiality of Information 


a. Confidential information, as used in this article, means information or data of a personal 
nature about an individual, or proprietary information or data submitted by or pertaining to an 
institution or organization. 
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b. The Contracting Officer and the Contractor may, by mutual consent, identify elsewhere in 
this contract specific information and/or categories of information which the Government will 
furnish to the Contractor or that the Contractor is expected to generate which is confidential. 
Similarly, the Contracting Officer and the Contractor may, by mutual consent, identify such 
confidential information from time to time during the performance of the contract. Failure to 
agree will be settled pursuant to the "Disputes" clause. 


c. If itis established elsewhere in this contract that information to be utilized under this 
contract, or a portion thereof, is subject to the Privacy Act, the Contractor will follow the rules 
and procedures of disclosure set forth in the Privacy Act of 1974, 5 U.S.C. 552a, and 
implementing regulations and policies, with respect to systems of records determined to be 
subject to the Privacy Act. 


d. Confidential information, as defined in paragraph (a) of this article, shall not be disclosed 
without the prior written consent of the individual, institution, or organization. 


e. Whenever the Contractor is uncertain with regard to the proper handling of material under 
the contract, or if the material in question is subject to the Privacy Act or is confidential 
information subject to the provisions of this article, the Contractor shall obtain a written 
determination from the Contracting Officer prior to any release, disclosure, dissemination, or 
publication. 


f. Contracting Officer Determinations will reflect the result of internal coordination with 
appropriate program and legal officials. 


g. The provisions of paragraph (d) of this article shall not apply to conflicting or overlapping 
provisions in other Federal, State or local laws. 


All above requirements MUST be passed to all Sub-contractors. 


Organizational Conflicts of Interest 


Performance under this contract may create an actual or potential organizational conflict of 
interest such as are contemplated by FAR Part 9.505-General Rules. The Contractor shall not 
engage in any other contractual or other activities which could create an organizational conflict 
of interest (OCI). This provision shall apply to the prime Contractor and all sub-Contractors. 
This provision shall have effect throughout the period of performance of this contract, any 
extensions thereto by change order or supplemental agreement, and for two (2) years thereafter. 
The Government may pursue such remedies as may be permitted by law or this contract, upon 
determination that an OCI has occurred. 


The work performed under this contract may create a significant potential for certain conflicts of 
interest, as set forth in FAR Parts 9.505-1, 9.505-2, 9.505-3, and 9.505-4. It is the intention of the 
parties hereto to prevent both the potential for bias in connection with the Contractor‘s 
performance of this contract, as well as the creation of any unfair competitive advantage as a 
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result of knowledge gained through access to any non-public data or third party proprietary 
information. 


The Contractor shall notify the Contracting Officer immediately whenever it becomes aware that 
such access or participation may result in any actual or potential OCI. Furthermore, the 
Contractor shall promptly submit a plan to the Contracting Officer to either avoid or mitigate any 
such OCI. The Contracting Officer will have sole discretion in accepting the Contractor‘s 
mitigation plan. In the event the Contracting Officer unilaterally determines that any such OCI 
cannot be satisfactorily avoided or mitigated, other remedies may be taken to prohibit the 
Contractor from participating in contract requirements related to OCI. 


Whenever performance of this contract provides access to another Contractor‘s proprietary 
information, the Contractor shall enter into a written agreement with the other entities involved, 
as appropriate, in order to protect such proprietary information from unauthorized use or 
disclosure for as long as it remains proprietary; and refrain from using such proprietary 
information other than as agreed to, for example to provide assistance during technical 
evaluation of other Contractors’ offers or products under this contract. An executed copy of all 
proprietary information agreements by individual personnel or on a corporate basis shall be 
furnished to the CO within fifteen (15) calendar days of execution. 


Additional Delivery Information: 
The Contractor shall deliver all needles and syringes with regular monthly deliveries in 


accordance with their final proposal and Attachment 2 “Shipping Information” in order to meet 
the total quantities and delivery deadlines for each CLIN. Due to potential mission changes, the 
Government reserves the right to update the delivery locations per agreement between the 
Contractor and the Contracting Officer via email (due to the urgent nature of this requirement). 


ITEM NO 
0001 


ITEM NO 
0002 


SUPPLIES/SERVICES QUANTITY UNIT UNIT PRICE 
ee PC) 
MEM Safety Needle/Syringe Combo Fy 


FFP 


FOB: Destination 
MFR PART NR: 
VENDOR PART NR: 
PURCHASE REQUEST NUMBER: 0011520474-0001 


PSC CD: 6515 
NET AMT 
ACRN AA 
CIN: GFEBS001 152047400001 
SUPPLIES/SERVICES QUANTITY UNIT UNIT PRICE 
Each fb) (4) 


Kb) (4) __| 
WR Safety Needle/Syringe Combo 


FFP 


FOB: Destination 
MER PART NR: 
VENDOR PART NR: 
PURCHASE REQUEST NUMBER: 0011520474-0001 
PSC CD: 6515 


NET AMT 


ACRN AA 
CIN: GFEBS001 152047400002 
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AMOUNT 


AMOUNT 


ITEM NO  SUPPLIES/SERVICES QUANTITY UNIT 


0003 


Each 


mo) (4) | 
BRD Safety Needle/Syringe Combo Rj 
FFP 


FOB: Destination 
MER PART NR: 
VENDOR PART NR: 


PURCHASE REQUEST NUMBER: 0011520474-0001 


PSC CD: 6515 


ACRN AA 
CIN: GFEBS001 152047400003 


ITEMNO  SUPPLIES/SERVICES — QUANTITY UNIT 
0004 Each 
CDRL 
FFP 


Contract Data Requirements List (CDRL). 
FOB: Destination 

MER PART NR: CDRLS 

PSC CD: 6515 


INSPECTION AND ACCEPTANCE TERMS 


Supplies/services will be inspected/accepted at: 


CLIN INSPECT AT INSPECT BY 
0001 Destination Government 
0002 Destination Government 


0003 Destination Government 


UNIT PRICE 


NET AMT 


UNIT PRICE 


NET AMT 


ACCEPT AT 
Destination 
Destination 
Destination 
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AMOUNT 


AMOUNT 


ACCEPT BY 
Government 
Government 
Government 


NSP 
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0004 Destination Government Destination Government 


DELIVERY INFORMATION 


CLIN DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC 
CAGI 

ee == ess = 

ea Sas 

—ss 

See 
Ee SSS SSS ee 
Ee a as) p= — 
Ee Le el ae) 
Ee a See =a 
EE a a) 4 
LL _—[SSSa SS) pen __-5i 


ACCOUNTING AND APPROPRIATION DATA 


ACRN — CLIN/SLIN » AMOUNT 


CIN 


CLAUSES INCORPORATED BY REFERENCE 
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$2.203-12 Limitation On Payments To Influence Certain Federal OCT 2010 
Transactions 

$2.204-13 System for Award Management Maintenance OCT 2018 

52.204-18 Commercial and Government Entity Code Maintenance JUL 2016 

$2.204-21 Basic Safeguarding of Covered Contractor Information JUN 2016 
Systems 

$2.212-4 Contract Terms and Conditions--Commercial Items OCT 2018 

$2.232-40 Providing Accelerated Payments to Small Business DEC 2013 
Subcontractors 

252.203-7000 Requirements Relating to Compensation of Former DoD SEP 2011 
Officials 

252.203-7003 Agency Office of the Inspector General AUG 2019 

252.204-7000 Disclosure Of Information OCT 2016 

252.204-7003 Control Of Government Personnel Work Product APR 1992 

252.204-7012 Safeguarding Covered Defense Information and Cyber DEC 2019 
Incident Reporting 

252.204-7015 Notice of Authorized Disclosure of Information for Litigation MAY 2016 
Support 

252.204-7018 Prohibition on the Acquisition of Covered Defense DEC 2019 
Telecommunications Equipment or Services 

252.205-7000 Provision Of Information To Cooperative Agreement Holders DEC 1991 

252.219-7003 Small Business Subcontracting Plan (DOD Contracts) DEC 2019 

252.223-7008 Prohibition of Hexavalent Chromium JUN 2013 

252.225-7001 Buy American And Balance Of Payments Program-- Basic DEC 2017 

252.225-7012 Preference For Certain Domestic Commodities DEC 2017 

252.225-7021 Trade Agreements--Basic SEP 2019 

252.226-7001 Utilization of Indian Organizations and Indian-Owned APR 2019 
Economic Enterprises, and Native Hawaiian Small Business 
Concerns 

252.227-7015 Technical Data--Commercial Items FEB 2014 

252.227-7037 Validation of Restrictive Markings on Technical Data SEP 2016 

252.232-7003 Electronic Submission of Payment Requests and Receiving DEC 2018 
Reports 

252.232-7010 Levies on Contract Payments DEC 2006 

252.232-7017 Accelerating Payments to Small Business Subcontractors-- | APR 2020 
Prohibition on Fees and Consideration 

252.243-7002 Requests for Equitable Adjustment DEC 2012 

252.244-7000 Subcontracts for Commercial Items JUN 2013 

252.247-7023 Transportation of Supplies by Sea FEB 2019 


CLAUSES INCORPORATED BY FULL TEXT 


§2.212-5 CONTRACT TERMS AND CONDITIONS REQUIRED TO IMPLEMENT STATUTES OR 
EXECUTIVE ORDERS--COMMERCIAL ITEMS (MAR 2020) 


(a) The Contractor shall comply with the following Federal Acquisition Regulation (FAR) clauses, which are 
incorporated in this contract by reference, to implement provisions of law or Executive orders applicable to 
acquisitions of commercial items: 


(1) 52.203-19, Prohibition on Requiring Certain Internal Confidentiality Agreements or Statements (JAN 2017) 
(section 743 of Division E, Title VII, of the Consolidated and Further Continuing Appropriations Act, 2015 (Pub. L. 
113-235) and its successor provisions in subsequent appropriations acts (and as extended in continuing resolutions)). 
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(2) 52.204-23, Prohibition on Contracting for Hardware, Software, and Services Developed or Provided by 
Kaspersky Lab and Other Covered Entities (Jul 2018) (Section 1634 of Pub. L. 115-91). 


(3) 52.204-25, Prohibition on Contracting for Certain Telecommunications and Video Surveillance Services or 
Equipment. (AUG 2019) (Section 889(a)(1)(A) of Pub. L. 115-232). 


(4) 52.209-10, Prohibition on Contracting with Inverted Domestic Corporations (Nov 2015). 
(5) 52.233-3, Protest After Award (AUG 1996) (31 U.S.C. 3553). 


(6) 52.233-4, Applicable Law for Breach of Contract Claim (OCT 2004) (Public Laws 108-77 and 108-78 (19 
U.S.C. 3805 note)). 


(b) The Contractor shall comply with the FAR clauses in this paragraph (b) that the Contracting Officer has 
indicated as being incorporated in this contract by reference to implement provisions of law or Executive orders 


applicable to acquisitions of commercial items: (Contracting Officer check as appropriate.) 


X (1) 52.203-6, Restrictions on Subcontractor Sales to the Government (Sept 2006), with Alternate I (Oct 1995) (41 
U.S.C. 4704 and 10 U.S.C. 2402). 


X (2) 52.203-13, Contractor Code of Business Ethics and Conduct (Oct 2015) (41 U.S.C. 3509). 

(3) 52.203-15, Whistleblower Protections under the American Recovery and Reinvestment Act of 2009 (June 
2010) (Section 1553 of Pub. L. 111-5). (Applies to contracts funded by the American Recovery and Reinvestment 
Act of 2009.) 


X (4) 52.204-10, Reporting Executive Compensation and First-Tier Subcontract Awards (Oct 2018) (Pub. L. 109- 
282) (31 U.S.C. 6101 note). 


___ (5) [Reserved] 


(6) 52.204-14, Service Contract Reporting Requirements (Oct 2016) (Pub. L. 111-117, section 743 of Div. 
C). 


_____ (7) 52.204-15, Service Contract Reporting Requirements for Indefinite-Delivery Contracts (Oct 2016) (Pub. 
L. 111-117, section 743 of Div. C). 


X (8) 52.209-6, Protecting the Government's Interest When Subcontracting with Contractors Debarred, Suspended, 
or Proposed for Debarment. (Oct 2015) (31 U.S.C. 6101 note). 


X (9) 52.209-9, Updates of Publicly Available Information Regarding Responsibility Matters (OCT 2018) (41 
U.S.C. 2313). 


(10) [Reserved] 
(11)(2) 52.219-3, Notice of HUBZone Set-Aside or Sole-Source Award (MAR 2020) (15 U.S.C. 657a). 
(ii) Alternate I (MAR 2020) of 52.219-3. 


X (12) (i) 52.219-4, Notice of Price Evaluation Preference for HUBZone Small Business Concerns (MAR 2020) (if 
the offeror elects to waive the preference, it shall so indicate in its offer) (15 U.S.C. 657a). 


X (ii) Alternate I (MAR 2020) of 52.219-4. 
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____ (13) [Reserved] 
___ (14)(i) 52.219-6, Notice of Total Small Business Set-Aside (MAR 2020) (15 U.S.C. 644). 
___ (ii) Alternate I (MAR 2020). 
____ (15)(i) 52.219-7, Notice of Partial Small Business Set-Aside (MAR 2020) (15 U.S.C. 644). 
___ (ii) Alternate | (MAR 2020) of 52.219-7. 
X (16) 52.219-8, Utilization of Small Business Concerns (OCT 2018) (15 U.S.C. 637(d)(2) and (3)). 
X (17)(i) 52.219-9, Small Business Subcontracting Plan (MAR 2020) (15 U.S.C. 637(d)(4)). 
___ (ii) Alternate I (NOV 2016) of 52.219-9. 
___ (iii) Alternate II (NOV 2016) of 52.219-9. 
___ (iv) Alternate IIT (MAR 2020) of 52.219-9. 
___(v) Alternate TV (AUG 2018) of 52.219-9. 
____ (18) 52.219-13, Notice of Set-Aside of Orders (MAR 2020) (15 U.S.C. 644(r)). 
___ (19) §2.219-14, Limitations on Subcontracting (MAR 2020) (15 U.S.C. 637(a)(14)). 
X (20) 52.219-16, Liquidated Damages—Subcontracting Plan (Jan 1999) (15 U.S.C. 637(d)(4)(F)(i)). 


(21) 52.219-27, Notice of Service-Disabled Veteran-Owned Small Business Set-Aside (MAR 2020) (15 
U.S.C. 657f). 


X (22) (i) 52.219-28, Post Award Small Business Program Rerepresentation (MAR 2020) (15 U.S.C. 632(a)(2)). 
(ii) Alternate I (MAR 2020) of 52.219-28. 


(23) 52.219-29, Notice of Set-Aside for, or Sole Source Award to, Economically Disadvantaged Women- 
Owned Small Business (EDWOSB) Concerns (MAR 2020) (15 U.S.C. 637(m)). 


___ (24) 52.219-30, Notice of Set-Aside for, or Sole Source Award to, Women-Owned Small Business Concerns 
Eligible Under the Women-Owned Small Business Program (MAR 2020) (15 U.S.C. 637(m)). 

____ (25) 52.219-32, Orders Issued Directly Under Small Business Reserves (MAR 2020) (15 U.S.C. 644(r)). 
___ (26) 52.219-33, Nonmanufacturer Rule (MAR 2020) (15 U.S.C. 637(a)(17)). 

X (27) 52.222-3, Convict Labor (JUN 2003) (E.O. 11755). 

X(28) 52.222-19, Child Labor--Cooperation with Authorities and Remedies (JAN 2020) (E.O. 13126). 

X (29) 52.222-21, Prohibition of Segregated Facilities (APR 2015). 

X (30)(i) 52.222-26, Equal Opportunity (SEPT 2016) (E.O. 11246). 

X (ii) Alternate I (FEB 1999) of 52.222-26. 


X (31)(i) 52.222-35, Equal Opportunity for Veterans (OCT 2015)(38 U.S.C. 4212). 
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X (ii) Alternate I (JUL 2014) of 52.222-35. 

X (32)(i) 52.222-36, Equal Opportunity for Workers with Disabilities (JUL 2014) (29 U.S.C. 793). 
X (ii) Alternate I (JUL 2014) of 52.222-36. 

X (33) 52.222-37, Employment Reports on Veterans (FEB 2016) (38 U.S.C. 4212). 


X (34) 52.222-40, Notification of Employee Rights Under the National Labor Relations Act (DEC 2010) (E.O. 
13496). 


X (35)(i) 52.222-50, Combating Trafficking in Persons (JAN 2019) (22 U.S.C. chapter 78 and E.O. 13627). 

(ii) Alternate I (MAR 2015) of 52.222-50 (22 U.S.C. chapter 78 and E.O. 13627). 
X (36) 52.222-54, Employment Eligibility Verification (OCT 2015). (E. O. 12989). (Not applicable to the 
acquisition of commercially available off-the-shelf items or certain other types of commercial items as prescribed in 
22.1803.) 

(37)(1) 52.223-9, Estimate of Percentage of Recovered Material Content for EPA—Designated Items (MAY 
2008) (42 U.S.C. 6962(c)(3)(A)(ii)). (Not applicable to the acquisition of commercially available off-the-shelf 


items.) 


(ii) Alternate | (MAY 2008) of 52.223-9 (42 U.S.C. 6962(i)(2)(C)). (Not applicable to the acquisition of 
commercially available off-the-shelf items.) 


(38) 52.223-11, Ozone-Depleting Substances and High Global Warming Potential Hydrofluorocarbons (JUN 
2016) (E.O. 13693). 


(39) 52.223-12, Maintenance, Service, Repair, or Disposal of Refrigeration Equipment and Air Conditioners 
(JUN 2016) (E.O. 13693). 


(40) (i) 52.223-13, Acquisition of EPEAT® Registered Imaging Equipment (JUN 2014) (E.O.s 13423 and 
13514). 


____ (ii) Alternate I (OCT 2015) of 52.223-13. 

_____ (41) (4) 52.223-14, Acquisition of EREAT® Registered Televisions (JUN 2014) (E.O.s 13423 and 13514). 
______ (ii) Alternate I (JUN 2014) of 52.223-14. 

____ (42) 52.223-15, Energy Efficiency in Energy-Consuming Products (DEC 2007) (42 U.S.C. 8259b). 


(43)(i) 52.223-16, Acquisition of EPEAT®-Registered Personal Computer Products (OCT 2015) (E.O.s 
13423 and 13514). 


(ii) Alternate I (JUN 2014) of 52.223-16. 


X (44) 52.223-18, Encouraging Contractor Policies to Ban Text Messaging While Driving (AUG 2011) (E.O. 
13513). 


(45) 52.223-20, Aerosols (JUN 2016) (E.O. 13693). 


(46) 52.223-21, Foams (JUN 2016) (E.O. 13693). 
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____ (47)(i) 52.224-3, Privacy Training (JAN 2017) (5 U.S.C. 552a). 

___ (ii) Alternate I (JAN 2017) of 52.224-3. 

_____ (48) 52.225-1, Buy American--Supplies (MAY 2014) (41 U.S.C. chapter 83). 

(49) (i) 52.225-3, Buy American--Free Trade Agreements--Israeli Trade Act (MAY 2014) (41 U.S.C. chapter 


83, 19 U.S.C. 3301 note, 19 U.S.C. 2112 note, 19 U.S.C. 3805 note, 19 U.S.C. 4001 note, Pub. L. 103-182, 108-77, 
108-78, 108-286, 108-302, 109-53, 109-169, 109-283, 110-138, 112-41, 112-42, and 112-43. 


___ (ii) Alternate I (MAY 2014) of 52.225-3. 

___ (iti) Alternate II (MAY 2014) of 52.225-3. 

___ (iv) Alternate II] (MAY 2014) of 52.225-3. 

___ (50) 52.225-5, Trade Agreements (OCT 2019) 19 U.S.C. 2501, et seq., 19 U.S.C. 3301 note). 


X (51) 52.225-13, Restrictions on Certain Foreign Purchases (JUNE 2008) (E.O.'s, proclamations, and statutes 
administered by the Office of Foreign Assets Control of the Department of the Treasury). 


(52) 52.225-26, Contractors Performing Private Security Functions Outside the United States (OCT 2016) 
(Section 862, as amended, of the National Defense Authorization Act for Fiscal Year 2008; 10 U.S.C. 2302 Note). 


(53) 52.226-4, Notice of Disaster or Emergency Area Set-Aside (NOV 2007) (42 U.S.C. 5150 


(54) 52.226-5, Restrictions on Subcontracting Outside Disaster or Emergency Area (NOV 2007) (42 U.S.C. 
5150). 


(55) 52.232-29, Terms for Financing of Purchases of Commercial Items (FEB 2002) (41 U.S.C. 4505, 10 
U.S.C. 2307(f)). 


(56) 52.232-30, Installment Payments for Commercial Items (JAN 2017) (41 U.S.C. 4505, 10 U.S.C. 2307(f)). 


X (57) 52.232-33, Payment by Electronic Funds Transfer—System for Award Management (OCT 2018) (31 U.S.C. 
3332). 


(58) 52.232-34, Payment by Electronic Funds Transfer—Other than System for Award Management (JUL 
2013) (31 U.S.C. 3332). 


(59) 52.232-36, Payment by Third Party (MAY 2014) (31 U.S.C. 3332). 
(60) 52.239-1, Privacy or Security Safeguards (AUG 1996) (5 U.S.C. 552a). 
X (61) 52.242-5, Payments to Small Business Subcontractors (JAN 2017)(15 U.S.C. 637(d)(13)). 


(62)(1) 52.247-64, Preference for Privately Owned U.S.-Flag Commercial Vessels (FEB 2006) (46 U.S.C. 
Appx. 1241(b) and 10 U.S.C. 2631). 


(ii) Alternate I (APR 2003) of 52.247-64. 


(iil) Alternate IT (FEB 2006) of 52.247-64. 
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(c) The Contractor shall comply with the FAR clauses in this paragraph (c), applicable to commercial services, that 
the Contracting Officer has indicated as being incorporated in this contract by reference to implement provisions of 
law or Executive orders applicable to acquisitions of commercial items: (Contracting Officer check as appropriate.) 
(1) 52.222-17, Nondisplacement of Qualified Workers (MAY 2014) (E.O. 13495). 
(2) 52.222-41, Service Contract Labor Standards (AUG 2018) (41 U.S.C. chapter 67). 


(3) 52.222-42, Statement of Equivalent Rates for Federal Hires (MAY 2014) (29 U.S.C. 206 and 41 U.S.C. 
chapter 67). 


(4) 52.222-43, Fair Labor Standards Act and Service Contract Labor Standards--Price Adjustment (Multiple 
Year and Option Contracts) (AUG 2018) (29 U.S.C. 206 and 41 U.S.C. chapter 67). 


(5) 52.222-44, Fair Labor Standards Act and Service Contract Labor Standards--Price Adjustment (MAY 
2014) (29 U.S.C 206 and 41 U.S.C. chapter 67). 


(6) 52.222-51, Exemption from Application of the Service Contract Labor Standards to Contracts for 
Maintenance, Calibration, or Repair of Certain Equipment--Requirements (MAY 2014) (41 U.S.C. chapter 67). 


(7) 52.222-53, Exemption from Application of the Service Contract Labor Standards to Contracts for Certain 
Services--Requirements (MAY 2014) (41 U.S.C. chapter 67). 


(8) 52.222-55, Minimum Wages Under Executive Order 13658 (DEC 2015) (E.O. 13658). 
(9) 52.222-62, Paid Sick Leave Under Executive Order 13706 (JAN 2017) (E.O. 13706). 
(10) 52.226-6, Promoting Excess Food Donation to Nonprofit Organizations (MAY 2014) (42 U.S.C. 1792). 


(d) Comptroller General Examination of Record. The Contractor shall comply with the provisions of this paragraph 
(d) if this contract was awarded using other than sealed bid, is in excess of the simplified acquisition threshold, and 
does not contain the clause at 52.215-2, Audit and Records--Negotiation. 


(1) The Comptroller General of the United States, or an authorized representative of the Comptroller General, shall 
have access to and right to examine any of the Contractor's directly pertinent records involving transactions related 
to this contract. 


(2) The Contractor shall make available at its offices at all reasonable times the records, materials, and other 
evidence for examination, audit, or reproduction, until 3 years after final payment under this contract or for any 
shorter period specified in FAR Subpart 4.7, Contractor Records Retention, of the other clauses of this contract. If 
this contract is completely or partially terminated, the records relating to the work terminated shall be made 
available for 3 years after any resulting final termination settlement. Records relating to appeals under the disputes 
clause or to litigation or the settlement of claims arising under or relating to this contract shall be made available 
until such appeals, litigation, or claims are finally resolved. 


(3) As used in this clause, records include books, documents, accounting procedures and practices, and other data, 
regardless of type and regardless of form. This does not require the Contractor to create or maintain any record that 
the Contractor does not maintain in the ordinary course of business or pursuant to a provision of law. 


(e) (1) Notwithstanding the requirements of the clauses in paragraphs (a), (b), (c), and (d) of this clause, the 
Contractor is not required to flow down any FAR clause, other than those in this paragraph (e)(1)in a subcontract for 
commercial items. Unless otherwise indicated below, the extent of the flow down shall be as required by the 
clause— 


(i) 52.203-13, Contractor Code of Business Ethics and Conduct (Oct 2015) (41 U.S.C. 3509). 
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(i1) 52.203-19, Prohibition on Requiring Certain Internal Confidentiality Agreements or Statements (JAN 2017) 
(section 743 of Division E, Title VII, of the Consolidated and Further Continuing Appropriations Act, 2015 (Pub. L. 


113-235) and its successor provisions in subsequent appropriations acts (and as extended in continuing resolutions)). 


(i11) 52.204-23, Prohibition on Contracting for Hardware, Software, and Services Developed or Provided by 
Kaspersky Lab and Other Covered Entities (Jul 2018) (Section 1634 of Pub. L. 115-91). 


(iv) 52.204-25, Prohibition on Contracting for Certain Telecommunications and Video Surveillance Services or 
Equipment. (AUG 2019) (Section 889(a)(1)(A) of Pub. L. 115-232). 


(v) 52.219-8, Utilization of Small Business Concerns (Oct 2018) (15 U.S.C. 637(d)(2) and (3)), in all subcontracts 
that offer further subcontracting opportunities. If the subcontract (except subcontracts 

to small business concerns) exceeds $700,000 ($1.5 million for construction of any public facility), the 
subcontractor must include 52.219-8 in lower tier subcontracts that offer subcontracting opportunities. 


(vi) 52.222-17, Nondisplacement of Qualified Workers (MAY 2014) (E.O. 13495). Flow down required in 
accordance with paragraph (1) of FAR clause 52.222-17. 


(vii) 52.222-21, Prohibition of Segregated Facilities (Apr 2015). 

(viii) 52.222-26, Equal Opportunity (Sep 2016) (E.O. 11246). 

(ix) 52.222-35, Equal Opportunity for Veterans (Oct 2015) (38 U.S.C. 4212). 

(x) 52.222-36, Equal Opportunity for Workers with Disabilities (Jul 2014) (29 U.S.C. 793), 
(xi) 52.222-37, Employment Reports on Veterans (Feb 2016) (38 U.S.C. 4212). 


(xii) 52.222-40, Notification of Employee Rights Under the National Labor Relations Act (Dec 2010) (E.O. 13496). 
Flow down required in accordance with paragraph (f) of FAR clause 52.222-40. 


(xiii) 52.222-41, Service Contract Labor Standards (Aug 2018), (41 U.S.C. chapter 67). 
(xiv) (A) 52.222-50, Combating Trafficking in Persons (JAN 2019) (22 U.S.C. chapter 78 and E.O. 13627). 
(B) Alternate I (March 2, 2015) of 52.222-50 (22 U.S.C. chapter 78 and E.O. 13627). 


(xv) 52.222-51, Exemption from Application of the Service Contract Labor Standards to Contracts for Maintenance, 
Calibration, or Repair of Certain Equipment--Requirements (May 2014) (41 U.S.C. chapter 67.) 


(xvi) 52.222-53, Exemption from Application of the Service Contract Labor Standards to Contracts for Certain 
Services--Requirements (May 2014) (41 U.S.C. chapter 67) 


(xvii) 52.222-54, Employment Eligibility Verification (Oct 2015) (E. O. 12989). 


(xviii) 52.222-55, Minimum Wages Under Executive Order 13658 (Dec 2015) (E.O. 13658). 


(xix) 52.222-62, Paid Sick Leave Under Executive Order 13706 (Jan 2017) (E.O. 13706). 
(xx) (A) 52.224-3, Privacy Training (Jan 2017) (5 U.S.C. 552a). 


(B) Alternate I (Jan 2017) of 52.224-3. 
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(xxi) 52.225-26, Contractors Performing Private Security Functions Outside the United States (Oct 2016) (Section 
862, as amended, of the National Defense Authorization Act for Fiscal Year 2008; 10 U.S.C. 2302 Note). 


(xxii) 52.226-6, Promoting Excess Food Donation to Nonprofit Organizations. (May 2014) (42 U.S.C. 1792). Flow 
down required in accordance with paragraph (e) of FAR clause 52.226-6. 


(xxiil) 52.247-64, Preference for Privately-Owned U.S. Flag Commercial Vessels (Feb 2006) (46 U.S.C. Appx 
1241(b) and 10 U.S.C. 2631). Flow down required in accordance with paragraph (d) of FAR clause 52.247-64. 


(2) While not required, the Contractor may include in its subcontracts for commercial items a minimal number of 
additional clauses necessary to satisfy its contractual obligations. 


(End of clause) 


52.252-2. CLAUSES INCORPORATED BY REFERENCE (FEB 1998) 


This contract incorporates one or more clauses by reference, with the same force and effect as if they were given in 
full text. Upon request, the Contracting Officer will make their full text available. Also, the full text of a clause may 
be accessed electronically at this/these address(es): 


https://www.acquisition.gov/content/regulations 


(End of clause) 


252.211-7003 ITEM UNIQUE IDENTIFICATION AND VALUATION (MAR 2016) 
(a) Definitions. As used in this clause- 


Automatic identification device means a device, such as a reader or interrogator, used to retrieve data encoded on 
machine-readable media. 


Concatenated unique item identifier means-- 


(1) For items that are serialized within the enterprise identifier, the linking together of the unique identifier data 
elements in order of the issuing agency code, enterprise identifier, and unique serial number within the enterprise 
identifier; or 


(2) For items that are serialized within the original part, lot, or batch number, the linking together of the unique 
identifier data elements in order of the issuing agency code; enterprise identifier; original part, lot, or batch number; 
and serial number within the original part, lot, or batch number. 


Data Matrix means a two-dimensional matrix symbology, which is made up of square or, in some cases, round 
modules arranged within a perimeter finder pattern and uses the Error Checking and Correction 200 

(ECC200) specification found within International Standards Organization (ISO)/International Electrotechnical 
Commission (IEC) 16022. 
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Data qualifier means a specified character (or string of characters) that immediately precedes a data field that defines 
the general category or intended use of the data that follows. 


DoD recognized unique identification equivalent means a unique identification method that is in commercial use and 
has been recognized by DoD. All DoD recognized unique identification equivalents are listed at 
http://www.acq.osd.mil/dpap/pdi/uid/iuid_equivalents.html. 


DoD item unique identification means a system of marking items delivered to DoD with unique item identifiers that 
have machine-readable data elements to distinguish an item from all other like and unlike items. For items that are 
serialized within the enterprise identifier, the unique item identifier shall include the data elements of the enterprise 
identifier and a unique serial number. For items that are serialized within the part, lot, or batch number within the 
enterprise identifier, the unique item identifier shall include the data elements of the enterprise identifier; the original 
part, lot, or batch number; and the serial number. 


Enterprise means the entity (e.g., a manufacturer or vendor) responsible for assigning unique item identifiers to 
items, 


Enterprise identifier means a code that is uniquely assigned to an enterprise by an issuing agency. 
Government's unit acquisition cost means-- 


(1) For fixed-price type line, subline, or exhibit line items, the unit price identified in the contract at the time of 
delivery; 


(2) For cost-type or undefinitized line, subline, or exhibit line items, the Contractor's estimated fully burdened unit 
cost to the Government at the time of delivery; and 


(3) For items produced under a time-and-materials contract, the Contractor's estimated fully burdened unit cost to 
the Government at the time of delivery. 


Issuing agency means an organization responsible for assigning a globally unique identifier to an enterprise, as 
indicated in the Register of Issuing Agency Codes for ISO/IEC 15459, located at 
http://www.aimglobal.org/?Reg_ Authority15459. 


Issuing agency code means a code that designates the registration (or controlling) authority for the enterprise 
identifier. 


Item means a single hardware article or a single unit formed by a grouping of subassemblies, components, or 
constituent parts. 


Lot or batch number means an identifying number assigned by the enterprise to a designated group of items, usually 
referred to as either a lot or a batch, all of which were manufactured under identical conditions. 


Machine-readable means an automatic identification technology media, such as bar codes, contact memory buttons, 
radio frequency identification, or optical memory cards. 


Original part number means a combination of numbers or letters assigned by the enterprise at item creation to a class 
of items with the same form, fit, function, and interface. 


Parent item means the item assembly, intermediate component, or subassembly that has an embedded item with a 
unique item identifier or DoD recognized unique identification equivalent. 


Serial number within the enterprise identifier means a combination of numbers, letters, or symbols assigned by the 
enterprise to an item that provides for the differentiation of that item from any other like and unlike item and is 
never used again within the enterprise. 
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Serial number within the part, lot, or batch number means a combination of numbers or letters assigned by the 
enterprise to an item that provides for the differentiation of that item from any other like item within a part, lot, or 
batch number assignment. 


Serialization within the enterprise identifier means each item produced is assigned a serial number that is unique 
among all the tangible items produced by the enterprise and is never used again. The enterprise is responsible for 
ensuring unique serialization within the enterprise identifier. 


Serialization within the part, lot, or batch number means each item of a particular part, lot, or batch number is 
assigned a unique serial number within that part, lot, or batch number assignment. The enterprise is responsible for 
ensuring unique serialization within the part, lot, or batch number within the enterprise identifier. 


Type designation means a combination of letters and numerals assigned by the Government to a major end item, 
assembly or subassembly, as appropriate, to provide a convenient means of differentiating between items having the 
same basic name and to indicate modifications and changes thereto. 


Unique item identifier means a set of data elements marked on items that is globally unique and unambiguous. The 
term includes a concatenated unique item identifier or a DoD recognized unique identification equivalent. 


Unique item identifier type means a designator to indicate which method of uniquely identifying a part has been 
used. The current list of accepted unique item identifier types is maintained at 
http://www.acq.osd.mil/dpap/pdi/uid/uii_ types html. 


(b) The Contractor shall deliver all items under a contract line, subline, or exhibit line item. 
(c) Unique item identifier. (1) The Contractor shall provide a unique item identifier for the following: 


(1) Delivered items for which the Government's unit acquisition cost is $5,000 or more, except for the following line 
items: 


Contract line, subline, or exhibit 
line item No. Item description 


(11) Items for which the Government's unit acquisition cost is less than $5,000 that are identified in the Schedule or 
the following table: 


Contract line, subline, or exhibit 
line item No. Item description 


(iii) Subassemblies, components, and parts embedded within delivered items, items with warranty requirements, 
DoD serially managed reparables and DoD serially managed nonreparables as specified in Attachment Number ----. 


(iv) Any item of special tooling or special test equipment as defined in FAR 2.101 that have been designated for 
preservation and storage for a Major Defense Acquisition Program as specified in Attachment Number ----. 
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(v) Any item not included in paragraphs (c)(1)(1), (ii), (iii), or 
(iv) of this clause for which the contractor creates and marks a unique item identifier for traceability. 


(2) The unique item identifier assignment and its component data element combination shall not be duplicated on 
any other item marked or registered in the DoD Item Unique Identification Registry by the contractor. 


(3) The unique item identifier component data elements shall be marked on an item using two dimensional data 
matrix symbology that complies with ISO/IEC International Standard 16022, Information 
technology--International symbology specification--Data matrix; ECC200 data matrix specification. 


(4) Data syntax and semantics of unique item identifiers. The Contractor shall ensure that-- 

(i) The data elements (except issuing agency code) of the unique item identifier are encoded within the data matrix 
symbol that is marked on the item using one of the following three types of data qualifiers, as determined by the 
Contractor: 

(A) Application Identifiers (AIs) (Format Indicator 05 of ISO/IEC International Standard 15434), in accordance with 
ISO/IEC International Standard 15418, Information Technology--EAN/UCC Application Identifiers and Fact Data 
Identifiers and Maintenance and ANSI MH 10.8.2 Data Identifier and Application Identifier Standard. 

(B) Data Identifiers (DIs) (Format Indicator 06 of ISO/IEC International Standard 15434), in accordance with 
ISO/IEC International Standard 15418, Information Technology--EAN/UCC Application Identifiers 

and Fact Data Identifiers and Maintenance and ANSI MH 10.8.2 Data Identifier and Application Identifier Standard. 


(C) Text Element Identifiers (TEIs) (Format Indicator 12 of ISO/IEC International Standard 15434), in accordance 
with the Air Transport Association Common Support Data Dictionary; and 


(ii) The encoded data elements of the unique item identifier conform to the transfer structure, syntax, and coding of 
messages and data formats specified for Format Indicators 05, 06, and 12 in ISO/IEC International Standard 15434, 
Information Technology-Transfer Syntax for High Capacity Automatic Data Capture Media. 

(5) Unique item identifier. 

(i) The Contractor shall-- 

(A) Determine whether to-- 

(1) Serialize within the enterprise identifier; 

(2) Serialize within the part, lot, or batch number; or 

(3) Use a DoD recognized unique identification equivalent (e.g. Vehicle Identification Number); and 

(B) Place the data elements of the unique item identifier (enterprise identifier; serial number; DoD recognized 
unique 

identification equivalent; and for serialization within the part, lot, or batch number only: Original part, lot, or batch 
number) on items requiring marking by paragraph (c)(1) of this clause, based on the criteria provided in MIL-STD- 


130, Identification Marking of U.S. Military Property, latest version; 


(C) Label shipments, storage containers and packages that contain uniquely identified items in accordance with the 
requirements of MIL-STD-129, Military Marking for Shipment and Storage, latest version; and 
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(D) Verify that the marks on items and labels on shipments, storage containers, and packages are machine readable 
and conform to the applicable standards. The contractor shall use an automatic identification technology device for 
this verification that has been programmed to the requirements of Appendix A, MIL-STD-130, latest 
version. 
(11) The issuing agency code-- 
(A) Shall not be placed on the item; and 
(B) Shall be derived from the data qualifier for the enterprise identifier. 
(d) For each item that requires item unique identification under paragraph (c)(1)(i), (11), or (iv) of this clause or when 
item unique identification is provided under paragraph (c)(1)(v), in addition to the information provided as part of 
the Material Inspection and Receiving Report specified elsewhere in this contract, the Contractor shall report at the 
time of delivery, as part of the Material Inspection and Receiving Report, the following information: 
(1) Unique item identifier. 
(2) Unique item identifier type. 
(3) Issuing agency code (if concatenated unique item identifier is used). 
(4) Enterprise identifier (if concatenated unique item identifier is used). 
(5) Original part number (if there is serialization within the original part number). 
(6) Lot or batch number (if there is serialization within the lot or batch number). 
(7) Current part number (optional and only if not the same as the original part number). 
(8) Current part number effective date (optional and only if current part number is used). 
(9) Serial number (if concatenated unique item identifier is used). 
(10) Government's unit acquisition cost. 
(11) Unit of measure. 
(12) Type designation of the item as specified in the contract schedule, if any. 
(13) Whether the item is an item of Special Tooling or Special Test Equipment. 
(14) Whether the item is covered by a warranty. 
(e) For embedded subassemblies, components, and parts that require DoD unique item identification under 
paragraph (c)(1)(11i) of this clause, the Contractor shall report as part of, or associated with, the Material Inspection 


and Receiving Report specified elsewhere in this contract, the following information: 


(1) Unique item identifier of the parent item under paragraph (c)(1) of this clause that contains the embedded 
subassembly, component, or part. 


(2) Unique item identifier of the embedded subassembly, component, or part. 


(3) Unique item identifier type.** 
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(4) Issuing agency code (if concatenated unique item identifier is used).** 
(5) Enterprise identifier (if concatenated unique item identifier is used).** 
(6) Original part number (if there is serialization within the original part number).** 
(7) Lot or batch number (if there is serialization within the lot or batch number).** 
(8) Current part number (optional and only if not the same as the original part number).** 
(9) Current part number effective date (optional and only if current part number is used).** 
(10) Serial number (if concatenated unique item identifier is used).** 
(11) Description. 
** Once per item. 
(f) The Contractor shall submit the information required by paragraphs (d) and (e) of this clause as follows: 
(1) End items shall be reported using the receiving report capability in Wide Area WorkFlow (WAWF) in 
accordance with the clause at 252.232-7003. If WAWF is not required by this contract, and the 
contractor is not using WAWF, follow the procedures at http://dodprocurementtoolbox.comi/site/uidregistry/. 
(2) Embedded items shall be reported by one of the following methods-- 
(i) Use of the embedded items capability in WAWF; 


(11) Direct data submission to the IUID Registry following the procedures and formats at 
http://dodprocurementtoolbox.com/site/uidregistry/; or 


(iii) Via WAWF as a deliverable attachment for exhibit line item number (fill in) ----, Unique Item Identifier Report 
for Embedded Items, Contract Data Requirements List, DD Form 1423. 


(g) Subcontracts. If the Contractor acquires by subcontract any items for which item unique identification is required 
in accordance with paragraph (c)(1) of this clause, the Contractor shall include this clause, including this paragraph 
(g), in the applicable subcontract(s), including subcontracts for commercial items. 


(End of clause) 


252.232-7006 WIDE AREA WORKFLOW PAYMENT INSTRUCTIONS (DEC 2018) 


(a) Definitions. As used in this clause— 


“Department of Defense Activity Address Code (DoDAAC)” is a six position code that uniquely identifies a unit, 
activity, or organization. 


“Document type” means the type of payment request or receiving report available for creation in Wide Area 
WorkFlow (WAWEF). 
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“Local processing office (LPO)” is the office responsible for payment certification when payment certification is 
done external to the entitlement system. 


“Payment request” and “receiving report” are defined in the clause at 252.232-7003, Electronic Submission of 
Payment Requests and Receiving Reports. 


(b) Electronic invoicing. The WAWF system provides the method to electronically process vendor payment requests 
and receiving reports, as authorized by Defense Federal Acquisition Regulation Supplement (DFARS) 252.232- 
7003, Electronic Submission of Payment Requests and Receiving Reports. 

(c) WAWF access. To access WAWF, the Contractor shall— 


(1) Have a designated electronic business point of contact in the System for Award Management at 
https://www.sam.gov; and 


(2) Be registered to use WAWF at https://piee.eb.mil/ following the step-by-step procedures for self-registration 
available at this web site. 


(d) WAWF training. The Contractor should follow the training instructions of the WAWF Web-Based Training 
Course and use the Practice Training Site before submitting payment requests through WAWF. Both can be 
accessed by selecting the “Web Based Training” link on the WAWF home page at https://piee.eb mil/. 


(e) WAWF methods of document submission. Document submissions may be via web entry, Electronic Data 
Interchange, or File Transfer Protocol. 


(f) WAWF payment instructions. The Contractor shall use the following information when submitting payment 
requests and receiving reports in WAWF for this contract or task or delivery order: 


(1) Document type. The Contractor shall submit payment requests using the following document type(s): 
(1) For cost-type line items, including labor-hour or time-and-materials, submit a cost voucher. 
(11) For fixed price line items— 


(A) That require shipment of a deliverable, submit the invoice and receiving report specified by the Contracting 
Officer. 


Invoice 2inl 

(B) For services that do not require shipment of a deliverable, submit either the Invoice 2in1, which meets the 
requirements for the invoice and receiving report, or the applicable invoice and receiving report, as specified by the 
Contracting Officer. 

Invoice 2inl 

(iii) For customary progress payments based on costs incurred, submit a progress payment request. 

(iv) For performance based payments, submit a performance based payment request. 


(v) For commercial item financing, submit a commercial item financing request. 


(2) Fast Pay requests are only permitted when Federal Acquisition Regulation (FAR) 52.213-1 is included in the 
contract. 


[Note: The Contractor may use a WAWF “combo” document type to create some combinations of invoice and 
receiving report in one step.] 
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(3) Document routing. The Contractor shall use the information in the Routing Data Table below only to fill in 
applicable fields in WAWF when creating payment requests and receiving reports in the system. 


Field Name in WAWF 

Pay Official DoDAAC 

Issue By DoDAAC 

Admin DoDAAC** 

Inspect By DODAAC 

Ship To Code 

Ship From Code 

Mark For Code 

Service Approver (DoDAAC) 
Service Acceptor (DoDAAC) 
Accept at Other DoDAAC 
LPO DoDAAC 

DCAA Auditor DoDAAC 


Other DoDAAC(s) 


Routing Data Table* 


Data to be entered in WAWF 
HQ0490 

W9ILISR 

W9LISR 

W56XNH 

TBD at post award meeting. 
TTKQ9 

N/A 

WS56XNH 

W56XNH 

N/A 


(*Contracting Officer: Insert applicable DoDAAC information. If multiple ship to/acceptance locations apply, insert 


“See Schedule” or “Not applicable.”’) 


(**Contracting Officer: If the contract provides for progress payments or performance-based payments, insert the 
DoDAAC for the contract administration office assigned the functions under FAR 42.302(a)(13).) 


(4) Payment request. The Contractor shall ensure a payment request includes documentation appropriate to the type 
of payment request in accordance with the payment clause, contract financing clause, or Federal Acquisition 
Regulation 52.216-7, Allowable Cost and Payment, as applicable. 


(5) Receiving report. The Contractor shall ensure a receiving report meets the requirements of DFARS Appendix F. 


(g) WAWF point of contact. 


(1) The Contractor may obtain clarification regarding invoicing in WAWF from the following contracting activity’s 


WAWF point of contact. 
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(2) Contact the WAWE helpdesk at 866-618-5988, if assistance is needed. 


(End of clause) 
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The total cost of this contract was increased mb) (4) ss 


SUPPLIES OR SERVICES AND PRICES 


CLIN 0005 is added as follows: 


ITEM NO 
0005 


SUPPLIES/SERVICES QUANTITY UNIT UNIT PRICE 
Job 

Change to Air Freight T&M 

COST 

This Time and Materials (T&M) CLIN is for the delta costs incurred between the 

already included Sea Freight (built into the FFP CLINS) and the additional 

estimated costs for Air Freight on all shipments . The total 

invoiced amount on this CLIN cannot exceed the total Funding. The Contractor 

shall contact the Contracting Officer prior to incurring expense against this T&M 

CLIN if that expense will exceed the Contractor's proposed delta between sea 

freight and air freight. NOTE: Total invoiced amount against this CLIN cannot 

exceed the total funded amount/total line item cost. 

FOB: Destination 

PURCHASE REQUEST NUMBER: 0011547230 

PSC CD: 6515 


ESTIMATED COST 
ACRN AA 
CIN: GFEBS001154723000001 


ACCOUNTING AND APPROPRIATION 


Summary for the Payment Office 


As a result of this modification, the total funded amount for this document was increased mb) (4) | 


CLIN 0005: 
Funding on CLIN 0005 is initiated as follows: 


ACRN: AA 


W911SR20C0049 
P00001 
Page 2 of 20 


AMOUNT 


NTE 
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CIN: GFEBS001154723000001 
INSPECTION AND ACCEPTANCE 
The following Acceptance/Inspection Schedule was added for CLIN 0005: 
INSPECT AT INSPECT BY ACCEPT AT ACCEPT BY 
Destination Government Destination Government 


The following Technical Office was added for CLIN 0005: 


Se 
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The following have been added by full text: 


$2.212-4 CONTRACT TERMS AND CONDITIONS -- COMMERCIAL ITEMS (OCT 2018) ALTERNATE I 
(JAN 2017) 


When a time-and-materials or labor-hour contract is contemplated, substitute the following paragraphs (a). 
(e), (i), (1). and (m) for those in the basic clause. 


(a) Inspection/Acceptance. 


(1) The Government has the right to inspect and test all materials furnished and services performed under this 
contract, to the extent practicable at all places and times, including the period of performance, and in any event 
before acceptance. The Government may also inspect the plant or plants of the Contractor or any subcontractor 
engaged in contract performance. The Government will perform inspections and tests in a manner that will not 
unduly delay the work. 


(2) If the Government performs inspection or tests on the premises of the Contractor or a subcontractor, the 
Contractor shall furnish and shall require subcontractors to furnish all reasonable facilities and assistance for the safe 
and convenient performance of these duties. 


(3) Unless otherwise specified in the contract, the Government will accept or reject services and materials at the 
place of delivery as promptly as practicable after delivery, and they will be presumed accepted 60 days after the date 
of delivery, unless accepted earlier. 


(4) At any time during contract performance, but not later than 6 months (or such other time as may be specified in 
the contract) after acceptance of the services or materials last delivered under this contract, the Government may 
require the Contractor to replace or correct services or materials that at time of delivery failed to meet contract 
requirements. Except as otherwise specified in paragraph (a)(6) of this clause, the cost of replacement or correction 
shall be determined under paragraph (i) of this clause, but the “hourly rate” for labor hours incurred in the 
replacement or correction shall be reduced to exclude that portion of the rate attributable to profit. Unless otherwise 
specified below, the portion of the “hourly rate” attributable to profit shall be 10 percent. The Contractor shall not 
tender for acceptance materials and services required to be replaced or corrected without disclosing the former 
requirement for replacement or correction, and, when required, shall disclose the corrective action taken. 0% (Insert 
portion of labor rate attributable to profit.) 


(5) If the Contractor fails to proceed with reasonable promptness to perform required replacement or correction, and 
if the replacement or correction can be performed within the ceiling price (or the ceiling price as increased by the 
Government), the Government may— 


(A) By contract or otherwise, perform the replacement or correction, charge to the Contractor any increased cost, or 
deduct such increased cost from any amounts paid or due under this contract: or 


(B) Terminate this contract for cause. 


(ii) Failure to agree to the amount of increased cost to be charged to the Contractor shall be a dispute under the 
Disputes clause of the contract. 
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(6) Notwithstanding paragraphs (a)(4) and (5) above, the Government may at any time require the Contractor to 
remedy by correction or replacement, without cost to the Government, any failure by the Contractor to comply with 
the requirements of this contract, if the failure is due to— 


(i) Fraud, lack of good faith, or willful misconduct on the part of the Contractor's managerial personnel; or 


(ii) The conduct of one or more of the Contractor’s employees selected or retained by the Contractor after any of the 
Contractor’s managerial personnel has reasonable grounds to believe that the employee is habitually careless or 
unqualified. 


(7) This clause applies in the same manner and to the same extent to corrected or replacement materials or services 
as to materials and services originally delivered under this contract. 


(8) The Contractor has no obligation or liability under this contract to correct or replace materials and services that 
at time of delivery do not meet contract requirements, except as provided in this clause or as may be otherwise 
specified in the contract. 


(9) Unless otherwise specified in the contract, the Contractor's obligation to correct or replace Government- 
furnished property shall be governed by the clause pertaining to Government property. 


(b) Assignment. The Contractor or its assignee may assign its rights to receive payment due as a result of 
performance of this contract to a bank, trust company, or other financing institution, including any Federal lending 
agency in accordance with the Assignment of Claims Act (31 U.S.C. 3727). However, when a third party makes 
payment (e.g., use of the Governmentwide commercial purchase card), the Contractor may not assign its rights to 
receive payment under this contract. 


(c) Changes. Changes in the terms and conditions of this contract may be made only by written agreement of the 
parties. 


(d) Disputes. This contract is subject to 41 U.S.C. chapter 71, Contract Disputes, as amended (41 U.S.C. 601-613). 
Failure of the parties to this contract to reach agreement on any request for equitable adjustment, claim, appeal or 
action arising under or relating to this contract shall be a dispute to be resolved in accordance with the clause at FAR 
§2.233-1, Disputes, which is incorporated herein by reference. The Contractor shall proceed diligently with 
performance of this contract, pending final resolution of any dispute arising under the contract. 

(e) Definitions. 


(1) The clause at FAR 52.202-1, Definitions, is incorporated herein by reference. As used in this clause— 


(1) Direct materials means those materials that enter directly into the end product, or that are used or consumed 
directly in connection with the furnishing of the end product or service. 


(ii) Hourly rate means the rate(s) prescribed in the contract for payment for labor that meets the labor category 
qualifications of a labor category specified in the contract that are— 


(A) Performed by the contractor; 

(B) Performed by the subcontractors; or 

(C) Transferred between divisions, subsidiaries, or affiliates of the contractor under a common control. 
(iii) Materials means— 


(A) Direct materials, including supplies transferred between divisions, subsidiaries, or affiliates of the contractor 
under a common control; 
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(B) Subcontracts for supplies and incidental services for which there is not a labor category specified in the contract; 


(C) Other direct costs (e.g., incidental services for which there is not a labor category specified in the contract, 
travel, computer usage charges, etc.); 


(D) The following subcontracts for services which are specifically excluded from the hourly rate: Not Applicable 
(insert any subcontracts for services to be excluded from the hourly rates prescribed in the schedule); and 


(E) Indirect costs specifically provided for in this clause. 

(iv) Subcontract means any contract, as defined in FAR Subpart 2.1, entered into with a subcontractor to furnish 
supplies or services for performance of the prime contract or a subcontract including transfers between divisions, 
subsidiaries, or affiliates of a contractor or subcontractor. It includes, but is not limited to, purchase orders, and 
changes and modifications to purchase orders. 

(f) Excusable delays. The Contractor shall be liable for default unless nonperformance is caused by an occurrence 
beyond the reasonable control of the Contractor and without its fault or negligence such as, acts of God or the public 
enemy, acts of the Government in either its sovereign or contractual capacity, fires, floods, epidemics, quarantine 
restrictions, strikes, unusually severe weather, and delays of common carriers. The Contractor shall notify the 
Contracting Officer in writing as soon as it is reasonably possible after the commencement of any excusable delay, 
setting forth the full particulars in connection therewith, shall remedy such occurrence with all reasonable dispatch, 
and shall promptly give written notice to the Contracting Officer of the cessation of such occurrence. 


(g) Invoice. 


(1) The Contractor shall submit an original invoice and three copies (or electronic invoice, if authorized) to the 
address designated in the contract to receive invoices. An invoice must include— 


(i) Name and address of the Contractor; 

(ii) Invoice date and number; 

(iii) Contract number, line item number and, if applicable, the order number; 

(iv) Description, quantity, unit of measure, unit price and extended price of the items delivered; 


(v) Shipping number and date of shipment, including the bill of lading number and weight of shipment if shipped on 
Government bill of lading; 


(vi) Terms of any discount for prompt payment offered; 
(vii) Name and address of official to whom payment is to be sent; 
(viii) Name, title, and phone number of person to notify in event of defective invoice; and 


(ix) Taxpayer Identification Number (TIN). The Contractor shall include its TIN on the invoice only if required 
elsewhere in this contract. 


(x) Electronic funds transfer (EFT) banking information. 
(A) The Contractor shall include EFT banking information on the invoice only if required elsewhere in this contract. 


(B) If EFT banking information is not required to be on the invoice, in order for the invoice to be a proper invoice, 
the Contractor shall have submitted correct EFT banking information in accordance with the applicable solicitation 
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provision, contract clause (e.g., 52.232-33, Payment by Electronic Funds Transfer—System for Award 
Management, or 52.232-34, Payment by Electronic Funds Transfer—Other Than System for Award Management), 
or applicable agency procedures. 


(C) EFT banking information is not required if the Government waived the requirement to pay by EFT. 


(2) Invoices will be handled in accordance with the Prompt Payment Act (31 U.S.C. 3903) and Office of 
Management and Budget (OMB) prompt payment regulations at 5 CFR Part 1315. 


(h) Patent indemnity. The Contractor shall indemnify the Government and its officers, employees and agents against 
liability, including costs, for actual or alleged direct or contributory infringement of, or inducement to infringe, any 
United States or foreign patent, trademark or copyright, arising out of the performance of this contract, provided the 
Contractor is reasonably notified of such claims and proceedings. 


(i) Payments. 


(1) Work performed. The Government will pay the Contractor as follows upon the submission of commercial 
invoices approved by the Contracting Officer: 


(i) Hourly rate. 


(A) The amounts shall be computed by multiplying the appropriate hourly rates prescribed in the contract by the 
number of direct labor hours performed. Fractional parts of an hour shall be payable on a prorated basis. 


(B) The rates shall be paid for all labor performed on the contract that meets the labor qualifications specified in the 
contract. Labor hours incurred to perform tasks for which labor qualifications were specified in the contract will not 
be paid to the extent the work is performed by individuals that do not meet the qualifications specified in the 
contract, unless specifically authorized by the Contracting Officer. 


(C) Invoices may be submitted once each month (or at more frequent intervals, if approved by the Contracting 
Officer) to the Contracting Officer or the authorized representative. 


(D) When requested by the Contracting Officer or the authorized representative, the Contractor shall substantiate 
invoices (including any subcontractor hours reimbursed at the hourly rate in the schedule) by evidence of actual 
payment, individual daily job timecards, records that verify the employees meet the qualifications for the labor 
categories specified in the contract, or other substantiation specified in the contract. 


(E) Unless the Schedule prescribes otherwise, the hourly rates in the Schedule shall not be varied by virtue of the 
Contractor having performed work on an overtime basis. 


(1) If no overtime rates are provided in the Schedule and the Contracting Officer approves overtime work in 
advance, overtime rates shall be negotiated. 


(2) Failure to agree upon these overtime rates shall be treated as a dispute under the Disputes clause of this contract. 


(3) If the Schedule provides rates for overtime, the premium portion of those rates will be reimbursable only to the 
extent the overtime is approved by the Contracting Officer. 


(ii) Materials. 


(A) If the Contractor furnishes materials that meet the definition of a commercial item at 2.101, the price to be paid 
for such materials shall not exceed the Contractor's established catalog or market price, adjusted to reflect the-- 


(J) Quantities being acquired; and 
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(2) Any modifications necessary because of contract requirements. 


(B) Except as provided for in paragraph (i)(1)(ii)(A) and (D)(2) of this clause, the Government will reimburse the 
Contractor the actual cost of materials (less any rebates, refunds, or discounts received by the contractor that are 
identifiable to the contract) provided the Contractor— 


(7) Has made payments for materials in accordance with the terms and conditions of the agreement or invoice; or 


(2) Makes these payments within 30 days of the submission of the Contractor’s payment request to the Government 
and such payment is in accordance with the terms and conditions of the agreement or invoice. 


(C) To the extent able, the Contractor shall— 


(7) Obtain materials at the most advantageous prices available with due regard to securing prompt delivery of 
satisfactory materials; and 


(2) Give credit to the Government for cash and trade discounts, rebates, scrap, commissions, and other amounts that 
are identifiable to the contract. 


(D) Other Costs. Unless listed below, other direct and indirect costs will not be reimbursed. 


(/) Other Direct Costs. The Government will reimburse the Contractor on the basis of actual cost for the following, 
provided such costs comply with the requirements in paragraph (i)(1)(ii)(B) of this clause: Any Delta in cost 
between the already included Sea Freight and Air Freight for shipments . (Insert 
each element of other direct costs (e.g., travel, computer usage charges, etc. Insert “None” 1f no reimbursement for 
other direct costs will be provided. If this is an indefinite delivery contract, the Contracting Officer may insert “Each 
order must list separately the elements of other direct charge(s) for that order or, if no reimbursement for other direct 
costs will be provided, insert “None’.) 


(2) Indirect Costs (Material Handling, Subcontract Administration, etc.. The Government will reimburse the 
Contractor for indirect costs on a pro-rata basis over the period of contract performance at the following fixed price: 
$0 (Insert a fixed amount for the indirect costs and payment schedule. Insert “$0” if no fixed price reimbursement 
for indirect costs will be provided. (If this is an indefinite delivery contract, the Contracting Officer may insert 
“Each order must list separately the fixed amount for the indirect costs and payment schedule or, if no 
reimbursement for indirect costs, insert ‘None’). 


(2) Total cost. It is estimated that the total cost to the Government for the performance of this contract shall not 
exceed the ceiling price set forth in the Schedule and the Contractor agrees to use its best efforts to perform the work 
specified in the Schedule and all obligations under this contract within such ceiling price. If at any time the 
Contractor has reason to believe that the hourly rate payments and material costs that will accrue in performing this 
contract in the next succeeding 30 days, if added to all other payments and costs previously accrued, will exceed 85 
percent of the ceiling price in the Schedule, the Contractor shall notify the Contracting Officer giving a revised 
estimate of the total price to the Government for performing this contract with supporting reasons and 
documentation. If at any time during the performance of this contract, the Contractor has reason to believe that the 
total price to the Government for performing this contract will be substantially greater or less than the then stated 
ceiling price, the Contractor shall so notify the Contracting Officer, giving a revised estimate of the total price for 
performing this contract, with supporting reasons and documentation. If at any time during performance of this 
contract, the Government has reason to believe that the work to be required in performing this contract will be 
substantially greater or less than the stated ceiling price, the Contracting Officer will so advise the Contractor, giving 
the then revised estimate of the total amount of effort to be required under the contract. 


(3) Ceiling price. The Government will not be obligated to pay the Contractor any amount in excess of the ceiling 
price in the Schedule, and the Contractor shall not be obligated to continue performance if to do so would exceed the 
ceiling price set forth in the Schedule, unless and until the Contracting Officer notifies the Contractor in writing that 
the ceiling price has been increased and specifies in the notice a revised ceiling that shall constitute the ceiling price 
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for performance under this contract. When and to the extent that the ceiling price set forth in the Schedule has been 
increased, any hours expended and material costs incurred by the Contractor in excess of the ceiling price before the 
increase shall be allowable to the same extent as if the hours expended and material costs had been incurred after the 
increase in the ceiling price. 

(4) Access to records. At any time before final payment under this contract, the Contracting Officer (or authorized 
representative) will have access to the following (access shall be limited to the listing below unless otherwise agreed 
to by the Contractor and the Contracting Officer): 


(1) Records that verify that the employees whose time has been included in any invoice meet the qualifications for 
the labor categories specified in the contract; 


(ii) For labor hours (including any subcontractor hours reimbursed at the hourly rate in the schedule), when 
timecards are required as substantiation for payment— 


(A) The original timecards (paper-based or electronic); 
(B) The Contractor’s timekeeping procedures; 
(C) Contractor records that show the distribution of labor between jobs or contracts; and 


(D) Employees whose time has been included in any invoice for the purpose of verifying that these employees have 
worked the hours shown on the invoices. 


(iii) For material and subcontract costs that are reimbursed on the basis of actual cost— 

(A) Any invoices or subcontract agreements substantiating material costs; and 

(B) Any documents supporting payment of those invoices. 

(5) Overpayments/Underpayments. Each payment previously made shall be subject to reduction to the extent of 
amounts, on preceding invoices, that are found by the Contracting Officer not to have been properly payable and 
shall also be subject to reduction for overpayments or to increase for underpayments. The Contractor shall promptly 
pay any such reduction within 30 days unless the parties agree otherwise. The Government within 30 days will pay 
any such increases, unless the parties agree otherwise. The Contractor's payment will be made by check. If the 
Contractor becomes aware of a duplicate invoice payment or that the Government has otherwise overpaid on an 


invoice payment, the Contractor shall-- 


(1) Remit the overpayment amount to the payment office cited in the contract along with a description of the 
overpayment including the-- 


(A) Circumstances of the overpayment (e.g., duplicate payment, erroneous payment, liquidation errors, date(s) of 
overpayment); 


(B) Affected contract number and delivery order number, if applicable; 

(C) Affected line item or subline item, if applicable; and 

(D) Contractor point of contact. 

(ii) Provide a copy of the remittance and supporting documentation to the Contracting Officer. 

(6)(i) All amounts that become payable by the Contractor to the Government under this contract shall bear simple 


interest from the date due until paid unless paid within 30 days of becoming due. The interest rate shall be the 
interest rate established by the Secretary of the Treasury, as provided in 41 U.S.C. 
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7109, which is applicable to the period in which the amount becomes due, and then at the rate applicable for each 
six month period as established by the Secretary until the amount is paid. 


(ii) The Government may issue a demand for payment to the Contractor upon finding a debt is due under the 
contract. 


(iii) Final Decisions. The Contracting Officer will issue a final decision as required by 33.211 if-- 


(A) The Contracting Officer and the Contractor are unable to reach agreement on the existence or amount of a debt 
in a timely manner; 


(B) The Contractor fails to liquidate a debt previously demanded by the Contracting Officer within the timeline 
specified in the demand for payment unless the amounts were not repaid because the Contractor has requested an 
installment payment agreement; or 


(C) The Contractor requests a deferment of collection on a debt previously demanded by the Contracting Officer 
(see FAR 32.607-2). 


(iv) If a demand for payment was previously issued for the debt, the demand for payment included in the final 
decision shall identify the same due date as the original demand for payment. 


(v) Amounts shall be due at the earliest of the following dates: 
(A) The date fixed under this contract. 


(B) The date of the first written demand for payment, including any demand for payment resulting from a default 
termination. 


(vi) The interest charge shall be computed for the actual number of calendar days involved beginning on the due 
date and ending on-- 


(A) The date on which the designated office receives payment from the Contractor; 


(B) The date of issuance of a Government check to the Contractor from which an amount otherwise payable has 
been withheld as a credit against the contract debt; or 


(C) The date on which an amount withheld and applied to the contract debt would otherwise have become payable to 
the Contractor. 


(vii) The interest charge made under this clause may be reduced under the procedures prescribed in 32.608-2 of the 
Federal Acquisition Regulation in effect on the date of this contract. 


(viii) Upon receipt and approval of the invoice designated by the Contractor as the “completion invoice" and 
supporting documentation, and upon compliance by the Contractor with all terms of this contract, any outstanding 
balances will be paid within 30 days unless the parties agree otherwise. The completion invoice, and supporting 
documentation, shall be submitted by the Contractor as promptly as practicable following completion of the work 
under this contract, but in no event later than 1 year (or such longer period as the Contracting Officer may approve 
in writing) from the date of completion. 


(7) Release of claims. The Contractor, and each assignee under an assignment entered into under this contract and in 
effect at the time of final payment under this contract, shall execute and deliver, at the time of and as a condition 
precedent to final payment under this contract, a release discharging the Government, its officers, agents, and 
employees of and from all liabilities, obligations, and claims arising out of or under this contract, subject only to the 
following exceptions. 
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(i) Specified claims in stated amounts, or in estimated amounts if the amounts are not susceptible to exact statement 
by the Contractor. 


(ii) Claims, together with reasonable incidental expenses, based upon the liabilities of the Contractor to third parties 
arising out of performing this contract, that are not known to the Contractor on the date of the execution of the 
release, and of which the Contractor gives notice in writing to the Contracting Officer not more than 6 years after the 
date of the release or the date of any notice to the Contractor that the Government is prepared to make final 
payment, whichever is earlier. 


(iii) Claims for reimbursement of costs (other than expenses of the Contractor by reason of its indemnification of the 
Government against patent liability), including reasonable incidental expenses, incurred by the Contractor under the 
terms of this contract relating to patents. 


(8) Prompt payment. The Government will make payment in accordance with the Prompt Payment Act (31 U.S.C. 
3903) and prompt payment regulations at 5 CFR part 1315. 


(9) Electronic Funds Transfer (EFT). If the Government makes payment by EFT, see 52.212-5(b) for the appropriate 
EFT clause. 


(10) Discount. In connection with any discount offered for early payment, time shall be computed from the date of 
the invoice. For the purpose of computing the discount earned, payment shall be considered to have been made on 
the date that appears on the payment check or the specified payment date if an electronic funds transfer payment is 
made. 


(j) Risk of loss. Unless the contract specifically provides otherwise, risk of loss or damage to the supplies provided 
under this contract shall remain with the Contractor until, and shall pass to the Government upon: 


(1) Delivery of the supplies to a carrier, if transportation is f.0.b. origin; or 


(2) Delivery of the supplies to the Government at the destination specified in the contract, if transportation is f.o.b. 
destination. 


(k) Taxes. The contract price includes all applicable Federal, State, and local taxes and duties. 


(1) Termination for the Government’s convenience. The Government reserves the right to terminate this contract, or 
any part hereof, for its sole convenience. In the event of such termination, the Contractor shall immediately stop all 
work hereunder and shall immediately cause any and all of its suppliers and subcontractors to cease work. Subject to 
the terms of this contract, the Contractor shall be paid an amount for direct labor hours (as defined in the Schedule 
of the contract) determined by multiplying the number of direct labor hours expended before the effective date of 
termination by the hourly rate(s) in the contract, less any hourly rate payments already made to the Contractor plus 
reasonable charges the Contractor can demonstrate to the satisfaction of the Government using its standard record 
keeping system that have resulted from the termination. The Contractor shall not be required to comply with the cost 
accounting standards or contract cost principles for this purpose. This paragraph does not give the Government any 
right to audit the Contractor’s records. The Contractor shall not be paid for any work performed or costs incurred 
that reasonably could have been avoided. 


(m) Termination for cause. The Government may terminate this contract, or any part hereof, for cause in the event of 
any default by the Contractor, or if the Contractor fails to comply with any contract terms and conditions, or fails to 
provide the Government, upon written request, with adequate assurances of future performance. Subject to the terms 
of this contract, the Contractor shall be paid an amount computed under paragraph (i) Payments of this clause, but 
the “hourly rate" for labor hours expended in 

furnishing work not delivered to or accepted by the Government shall be reduced to exclude that portion of the rate 
attributable to profit. Unless otherwise specified in paragraph (a)(4) of this clause, the portion of the “‘hourly rate" 
attributable to profit shall be 10 percent. In the event of termination for cause, the 
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Contractor shall be liable to the Government for any and all rights and remedies provided by law. If it is determined 
that the Government improperly terminated this contract for default, such termination shall be deemed a termination 


for convenience. 


(n) Title. Unless specified elsewhere in this contract, title to items furnished under this contract shall pass to the 
Government upon acceptance, regardless of when or where the Government takes physical possession. 


(o) Warranty. The Contractor warrants and implies that the items delivered hereunder are merchantable and fit for 
use for the particular purpose described in this contract. 


(p) Limitation of liability. Except as otherwise provided by an express warranty, the Contractor will not be liable to 
the Government for consequential damages resulting from any defect or deficiencies in accepted items. 


(q) Other compliances. The Contractor shall comply with all applicable Federal, State and local laws, executive 
orders, rules and regulations applicable to its performance under this contract. 


(r) Compliance with laws unique to Government contracts. The Contractor agrees to comply with 31 U.S.C. 1352 
relating to limitations on the use of appropriated funds to influence certain Federal contracts; 18 U.S.C. 431 relating 
to officials not to benefit; 40 U.S.C. chapter 37, Contract Work Hours and Safety Standards; 41 U.S.C. chapter 87, 
Kickbacks; 41 U.S.C. 4712 and 10 U.S.C. 2409 relating to 

whistleblower protections; 49 U.S.C. 40118, Fly American; and 41 U.S.C. chapter 21 relating to procurement 
integrity. 


(s) Order of precedence. Any inconsistencies in this solicitation or contract shall be resolved by giving precedence in 
the following order: 


(1) The schedule of supplies/services. 


(2) The Assignments, Disputes, Payments, Invoice, Other Compliances, Compliance with Laws Unique to 
Government Contracts, and Unauthorized Obligations paragraphs of this clause; 


(3) The clause at 52.212-5. 

(4) Addenda to this solicitation or contract, including any license agreements for computer software. 

(5) Solicitation provisions if this is a solicitation. 

(6) Other paragraphs of this clause. 

(7) The Standard Form 1449. 

(8) Other documents, exhibits, and attachments. 

(9) The specification. 

(t) Reserved. 

(u) Unauthorized Obligations. 

(1) Except as stated in paragraph (u)(2) of this clause, when any supply or service acquired under this contract is 
subject to any End User License Agreement (EULA), 

Terms of Service (TOS), or similar legal instrument or agreement, that includes any clause requiring the 
Government to indemnify the Contractor or any person or entity for damages, costs, fees, or any 


other loss or liability that would create an Anti-Deficiency Act violation (31 U.S.C. 1341), the following shall 
govern: 
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(i) Any such clause is unenforceable against the Government. 


(ii) Neither the Government nor any Government authorized end user shall be deemed to have agreed to such clause 

by virtue of it appearing in the EULA, TOS, or similar legal instrument or agreement. If the EULA, TOS, or similar 

legal instrument or agreement is invoked through an *'I agree" click box or other 

comparable mechanism (e.g., ‘’click-wrap" or *‘browse-wrap" agreements), execution does not bind the Government 
or any Government authorized end user to such clause. 


(iii) Any such clause is deemed to be stricken from the EULA, TOS, or similar legal instrument or agreement. 


(2) Paragraph (u)(1) of this clause does not apply to indemnification by the Government that is expressly authorized 
by statute and specifically authorized under applicable agency regulations and procedures. 


(v) Incorporation by reference. The Contractor's representations and certifications, including those completed 
electronically via the System for Award Management (SAM), are incorporated by reference 
into the contract. 


(End of Clause) 


The following have been modified: 
STATEMENT OF WORK 


This section has been modified. Changes are shown below in red font text. 


STATEMENT OF WORK 
PROCUREMENT OF SAFETY NEEDLES AND SYRINGES FOR COVID-19 


1.0 SCOPE: The Contractor, as an independent Contractor and not as an agent of the 
Government, shall furnish the necessary resources as specified in this Statement of Work 
(SOW), to manufacture and/or supply Safety Needles and Syringes. 


2.0 BACKGROUND: 


On Friday, March 13, 2020, the President declared a national emergency concerning the novel 
coronavirus disease (COVID-19) under section 501(b) of the Robert T. Stafford Disaster Relief 
and Emergency Assistance Act, 42 U.S.C. 5121-5207 (the “Stafford Act). 


The mission of the Division of Strategic National Stockpile (DSNS), of the United States (U.S.) 
Department of Health and Human Services (HHS) Office of the Assistant Secretary for 
Preparedness and Response (ASPR), is to ensure the availability and rapid deployment of life- 
saving pharmaceuticals, antidotes, other medical supplies, and equipment necessary to counter 
the effects of nerve agents, biological pathogens, and chemical agents. When state, local, tribal, 
and territorial public health and medical systems request federal assistance to support their 
response efforts, DSNS ensures the right medicines and supplies get to those who need them 
most during anemergency. When the vaccine becomes available the Government will have an 
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immediate need to begin vaccinating the entire U.S. population. To administer the vaccine the 
Government will require needles and syringes to be available. 


There is an insufficient domestic supply of safety needles and syringes to meet the projected 
needs to vaccinate the nation’s entire population against COVID-19. Should vaccine programs 
be accelerated, demand could outpace available devices to administer a vaccine. 


3.0 OBJECTIVE: The HHS currently has contracts in place with three (3) major 
manufacturers to provide needles and syringes supplies to support the initial preparedness needs 
at the onset of a pandemic outbreak. The objective of this acquisition is to supplement the 
current supply and establish contracts with additional manufacturers and suppliers to provide a 
quantity of up to 500 million safety needles and syringes supplies. 


4.0 REQUIREMENTS: 


4.1. General: 


4.1.1. The Contractor shall “host” a Kick-Off Meeting within one (1) calendar day after 
contract award via teleconference. The Contractor shall provide Meeting Minutes containing a 
detailed overview of the meeting discussions in accordance with (IAW) Contract Data 
Requirements List (CDRL) A001. 


4.1.1.1. The Contractor shall provide a Certificate of Analysis with each shipment per the DD 
Form 1423, Contract Data Requirements List (CDRL) A002, confirming the supplies described 
below meet the Performance Specifications in paragraph 4.2 below. 


4.1.2. The Contractor shall provide copies of 510(k) Approval Letters for ALL supplies 
(dispensing syringes or needles) to demonstrate compliance with Section 510(k) of the Food, 
Drug and Cosmetic Act as part of their proposal. The Contractor shall provide, if necessary, 
510(k) Approval Letters Updates if any information from the initial 510(k) Approval Letters is 
changed/needs to be updated. 


4.1.2.1.1. The Contractor shall ensure all supplies have a “Shelf-Life” with expiration dates of no 
less than five (5) years from the date of sterilization, and must have at least four (4) years of 
remaining expiry from the time of shipment. 


4.1.2.1.2. The Contractor shall only use Current Good Manufacturing Practice (cGMP) 
processes to manufacture the needles and syringes. 


4.1.2.1.3. Period of Performance/Delivery Dates. See the “Delivery Schedule” section of this 


Contract and “Attachment 2-Shipping Information” for all delivery requirements and shipping 
locations. 


4.2. Technical Requirements: 


4.2.1.The Contractor shall provide sterile needle (with Luer hub connection) and syringe (with 
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Luer lock connection) units approved by the Food and Drug Administration (FDA) and comply 
with Occupational Safety and Health Administration (OSHA) Needlestick Safety and Prevention 
Act requirements as a “safety-engineered product.” Safety-engineered supplies include needles 
preventing sharp injuries by either; being completely enclosed after use by an attached shield, or 
be fully retracted within the syringe. The Contractor may provide individual syringes and 
individual needles as long as there is a one-to-one (1:1) ratio. In order to meet the specified 
quantities upon contract award and comply with the specifications in this SOW, the 
following may be provided: (1) individually wrapped sterile syringes with individually 
wrapped sterile needles in a one-to-one (1:1) ratio, (2) sterile needle/syringe combination 
unit, or (3) a mixture of sterile combination units and individually wrapped sterile syringes 
with equal number of individually wrapped sterile needles. 


4.2.2.The Contractor shall only provide acceptable product sizes as described below: 


Individual Syringe: 
| Syringe | 


Individual Needle: 


Combination Unit: 


Gauge Length 
Sr a a ae 
| a, | eS 


Pe oe a a 


4.2.3. Dispensing Syringe: Description: A dispensing syringe allows for the controlled and 
precise flow of liquid. The dispensing syringe is used to inject medications or other liquids into 
body tissues. Manual syringes consist of a barrel, stopper, and plunger. 


423.1. The Contractor shall ensure dispensing syringes comply with Title 21 Code of 
Federal Regulations (CFR) 880.5860 and follow International Standards Organization (ISO) 
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7886-1:2017 and the following material specifications: 

4.2.3.1.1. A device intended for medical purposes that consists of a calibrated hollow 
barrel and a movable plunger. At one end of the barrel there is a male 
connector (nozzle) for fitting the female connector (hub) of a hypodermic 
single lumen needle; 


4.2.3.1.2. Heavy duty barrel - The barrel has a scale showing the capacity of the syringe. 

423.19. Stopper - The stopper maintains the fluid in the barrel between the syringe 
nozzle and the plunger; 

4.2.3.1.4. Plunger - The plunger is used to aspirate and inject fluids into and out of the 
syringe; 

4.23215; Disposable; 

4.2.3.1.6. Luer lock to accept luer hub applicator (e.g. needle); 

4.2°3.1.7. Sizes as specified in Section 4.2.2 above; and 

4.2.3.1.8. Sterile individually wrapped packaging. 


4.2.4. Hypodermic Needle: Description: A Hypodermic needle is a slender, hollow instrument 
for introducing material into the body parenterally. 


4.2.4.1. The Contractor shall ensure hypodermic needles comply with 21 CFR 880.5570, OSHA 
Needlestick Safety and Prevention Act, and follow International Standards Organization (ISO) 
7864, and the following specifications: 


4.2.4.1.1. Disposable; 

4.2.4.1.2. Luer hub to attach to luer lock syringe; 

4.2.4.1.3. See Tables in Sections 4.2.2 above for acceptable needle length and gauges; 
4.2.4.1.4. Sterile individually wrapped packaging; and 

4.2.4.1.5. Safety-engineered. 


4.3. Delivery Location and Shipping Requirements: See Attachment 2-“Shipping 
Information” for all delivery locations and shipping requirements. 


4.3.1. The Contractor shall provide Packing Slips with all shipments per CDRL A003. The 
Packing Slips shall include the following: (1) Contract number, (2) Item description, (3) Part 
number, (4) Lot numbers; and (5) Quantities. The Packing Slips shall include BOTH: (1) a 
Packing Slip Paper Copy with the shipment; and (2) a Packing Slip Paper Emailed Copy to the 
Designated Government Representative. 


4.3.2. No Partial Case or Packages quantities will be accepted unless approved by the 
Contracting Officer prior to shipping. 


4.3.3. |The Contractor shall NOT Mixed Lot #'s per Case or per Packages. The Contractor 
shall only provide full case quantities only, unless approved by the Designated Government 
Representative in advance via email. 


4.3.4. The Contractor shall ensure all pallets have the identical TyHi stack pattern, except for 
the final pallet; which would be a partial pallet or individual boxes. 
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4.3.5. All supplies shall be delivered on a standard 48" by 40" pallet, not to exceed 60” in 
height, stretch wrapped, clear-wrapped is preferred, and secured to the pallet for safe transport. 


4.3.6. The Contractor shall contact the Designated Government Representative to schedule 
delivery appointments. The Government will provide the Designated Government 
Representative(s)’ information at the Kick-Off Meeting. 


4.3.7. Contractor shall contact the Designated Government Representative to schedule delivery 
appointments. 


4.3.8. The Contractor shall ship ALL deliverables via AIR FREIGHT 

, effective immediately. The Contractor shall charge the Delta in costs between Air Freight 
costs and Sea Freight costs already built into this contract. The Contractor shall NOT submit any 
costs (e.g. labor, overhead, profit) other than “other direct costs” per FAR Clause 52.214-4 
Alternative one (1) as those cost are already included in the contract. The Contractor shall only 
be reimbursed for actual REASONABLE costs and shall provide documented proof (e.g. 
receipts and paid invoices). The Government’s pallet dimension limitations (stated in Section 
4.3.5) is how the pallets will be delivered, it does NOT restrict pallet heights or other packing 
dimensions of HOW the items are to be shipped (either by air or sea). The Contractor shall 
follow commercial best practices and to maximize/optimize Air Cargo Load, palletization or re- 
palletization (if needed), and drayage. The Government reserves the right to stop this Air Freight 
requirement via email notification from the Contracting Officer due to 
urgency, followed by a bi-lateral modification. The Government also reserves the right to 
provide transportation (e.g. planes) or other logistical services (e.g. palletization) and will notify 
the Contractor via an email from the Contracting Officer. 


4.3.9. Based on mutual agreement at the Post-Award Meeting for delivery schedules, the 
Contractor shall provide an Initial Updated Syringe-Needle Delivery Schedule. The template 
for the Initial Updated Syringe-Needle Delivery Schedule will be provided by the COR. The 
Initial Updated Delivery Schedule shall be provided to the COR within three (3) business days 
after the “Sea to Air Freight Modification.” Thereafter, the Contractor shall, at a minimum, 
provide Weekly Delivery Schedule Updates to the COR by Tuesday, 1400 Eastern Time. 


5.0 Operation Warp Speed (OWS) Contract Language: 


5.1. Disclosure of Information: 


5.1.1. Performance under this contract may require the Contractor to access non-public data and 
information proprietary to a Government agency, another Government Contractor or of such 
nature that its dissemination or use other than as specified in the work statement would be 
adverse to the interests of the Government or others. Neither the Contractor, nor Contractor 
personnel, shall divulge nor release data nor information developed or obtained under 
performance of this contract, except authorized by Government personnel or upon written 
approval of the CO in accordance with OWS or other Government policies and/or guidance. The 
Contractor shall not use, disclose, or reproduce proprietary data that bears a restrictive legend, 
other than as specified in this contract, or any information at all regarding this agency. 
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5.1.2. The Contractor shall comply with all Government requirements for protection of non- 
public information. Unauthorized disclosure of nonpublic information is prohibited by the 
Government’s rules. Unauthorized disclosure may result in termination of the contract, 
replacement of a Contractor employee, or other appropriate redress. Neither the Contractor nor 
the Contractor‘s employees shall disclose or cause to be disseminated, any information 
concerning the operations of the activity, which could result in, or increase the likelihood of, the 
possibility of a breach of the activity‘s security or interrupt the continuity of its operations. 


5.1.3. No information related to data obtained under this contract shall be released or publicized 
without the prior written consent of the COR, whose approval shall not be unreasonably 
withheld, conditioned, or delayed, provided that no such consent is required to comply with any 
law, rule, regulation, court ruling or similar order; for submission to any government entity’ for 
submission to any securities exchange on which the Contractor’s (or its parent corporation’s) 
securities may be listed for trading; or to third parties relating to securing, seeking, establishing 
or maintaining regulatory or other legal approvals or compliance, financing and capital raising 
activities, or mergers, acquisitions, or other business transactions. 


5.2. Publications and Publicity: 


5.2.1. The contractor shall not release any reports, manuscripts, press releases, or abstracts 
about the work being performed under this contract without written notice in advance to the 
Government: 
(a) Unless otherwise specified in this contract, the contractor may publish the results of its 
work under this contract. The contractor shall promptly send a copy of each submission to 
the COR for security review prior to submission. The contractor shall also inform the COR 
when the abstract article or other publication is published, and furnish a copy of it as finally 
published; 
(b) Unless authorized in writing by the CO, the contractor shall not display Government 
logos including Operating Division or Staff Division logos on any publications; 
(c) The contractor shall not reference the products(s) or services(s) awarded under this 
contract in commercial advertising, as defined in FAR 31.205-1, in any manner which 
states or implies Government approval or endorsement of the product(s) or service(s) 
provided; 
(d) The contractor shall include this clause, including this section (d) in all subcontracts 
where the subcontractor may propose publishing the results of its work under the 
subcontract. The contractor shall acknowledge the support of the Government whenever 
publicizing the work under this contract in any media by including an acknowledgement 
substantially as follows: "This project has been funded in whole or in part by the U.S. 
Government under Contract No. XX XX. The US Government is authorized to reproduce 
and distribute reprints for Governmental purposes notwithstanding any copyright notation 
thereon.” 


5.3. Confidentiality of Information: 


5.3.1. Confidential information, as used in this article, means information or data of a personal 
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nature about an individual, or proprietary information or data submitted by or pertaining to an 
institution or organization. 


5.3.2. The Contracting Officer and the Contractor may, by mutual consent, identify elsewhere 
in this contract specific information and/or categories of information which the Government will 
furnish to the Contractor or that the Contractor is expected to generate which is confidential. 
Similarly, the Contracting Officer and the Contractor may, by mutual consent, identify such 
confidential information from time to time during the performance of the contract. Failure to 
agree will be settled pursuant to the "Disputes" clause. 


5.3.3. If itis established elsewhere in this contract that information to be utilized under this 
contract, or a portion thereof, is subject to the Privacy Act, the Contractor will follow the rules 
and procedures of disclosure set forth in the Privacy Act of 1974, 5 U.S.C. 552a, and 
implementing regulations and policies, with respect to systems of records determined to be 
subject to the Privacy Act. 


5.3.4. Confidential information, as defined in paragraph (a) of this article, shall not be disclosed 
without the prior written consent of the individual, institution, or organization. Whenever the 
Contractor is uncertain with regard to the proper handling of material under the contract, or if the 
material in question is subject to the Privacy Act or is confidential information subject to the 
provisions of this article, the Contractor shall obtain a written determination from the 
Contracting Officer prior to any release, disclosure, dissemination, or publication. 


5.3.5. Contracting Officer Determinations will reflect the result of internal coordination with 
appropriate program and legal officials. 


5.3.6. The provisions of paragraph (d) of this article shall not apply to conflicting or 
overlapping provisions in other Federal, State or local laws. 


5.3.7. All above requirements MUST be passed to all Sub-contractors. 


5.4. Organizational Conflicts of Interest: 


5.4.1. Performance under this contract may create an actual or potential organizational conflict 
of interest such as are contemplated by FAR Part 9.505-General Rules. The Contractor shall not 
engage in any other contractual or other activities which could create an organizational conflict 
of interest (OCI). This provision shall apply to the prime Contractor and all sub-Contractors. 
This provision shall have effect throughout the period of performance of this contract, any 
extensions thereto by change order or supplemental agreement, and for two (2) years thereafter. 
The Government may pursue such remedies as may be permitted by law or this contract, upon 
determination that an OCI has occurred. 


5.4.2. The work performed under this contract may create a significant potential for certain 
conflicts of interest, as set forth in FAR Parts 9.505-1, 9.505-2, 9.505-3, and 9.505-4. It is the 
intention of the parties hereto to prevent both the potential for bias in connection with the 
Contractor‘s performance of this contract, as well as the creation of any unfair competitive 
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advantage as a result of knowledge gained through access to any non-public data or third party 
proprietary information. 


5.4.3. The Contractor shall notify the Contracting Officer immediately whenever it becomes 
aware that such access or participation may result in any actual or potential OCI. Furthermore, 
the Contractor shall promptly submit a plan to the Contracting Officer to either avoid or mitigate 
any such OCI. The Contracting Officer will have sole discretion in accepting the Contractor‘s 
mitigation plan. In the event the Contracting Officer unilaterally determines that any such OCI 
cannot be satisfactorily avoided or mitigated, other remedies may be taken to prohibit the 
Contractor from participating in contract requirements related to OCI. 


5.4.4. Whenever performance of this contract provides access to another Contractor‘s 
proprietary information, the Contractor shall enter into a written agreement with the other entities 
involved, as appropriate, in order to protect such proprietary information from unauthorized use 
or disclosure for as long as it remains proprietary; and refrain from using such proprietary 
information other than as agreed to, for example to provide assistance during technical 
evaluation of other Contractors’ offers or products under this contract. An executed copy of all 
proprietary information agreements by individual personnel or on a corporate basis shall be 
furnished to the CO within fifteen (15) calendar days of execution. 


(End of Summary of Changes) 


INTEGRATED SYRINGE AND NEEDLE UNITS 
FOR COVID-19 NATIONAL EMERGENCY RESPONSE 
include the following components: E 
syringes with individually wrapped sterile needles, (2) sterile needle/syringe combination unit, or (3) a 
mixture of combinations units and individually wrapped syringes with equal number of individually 
wrapped sterile needles. 


The Offeror shall identify the country of origin, as specified in the subsequent Tabs in this document. 


The hypodermic syringes shall be FDA cleared for the use to inject medicines and vaccines into, or 


aw f) 0 ’ p (iife . D . a« . p HIDA 


Labeling: The Needles and Syringes Units shall be labeled in accordance with 21 CFR Part 801 as it relates to 
intended use. 


Shipping and packaging shall be in accordance with Title 21 Code of Federal Regulations (CFR), Subpart K. 
Ship to: 
SHIP TO DODAAC: 


STORAGE RIC: 
OWNER RIC: 


DISPENSING SYRINGE 


CRITERIA 


Description: Dispensing syringe shall allow for the controlled and precise flow of 


liquid. They are used to inject medications or other liquids into body tissues. Manual 
syringes shall consist of a barrel, stopper, and plunger. 


Specifications: Dispensing syringes shall comply with the following 


The Contractor shall comply with 21 Code of Federal Regulations (CFR) 880.5860 
and Current Good Manufacturing Practice (CGMP). The contractor shall follow 
Internaltional Standards Organization (ISO) 7886-1:2017. 


a. The device shall be intended for medical purposes that consists of a calibrated 
hollow barrel and a movable plunger. At one end of the barrel there is a male 
connector (nozzle) for fitting the female connector (hub) of a hypodermic single 
lumen needle. 


b. Heavy duty barrel. The barrel shall have a scale showing the capacity of the 
syringe. 


c. Stopper. The stopper shall maintain the fluid in the barrel between the syringe nozzle 
and the Plunger. 


d. Plunger. The plunger shall aspirate and inject fluids into and out of the syringe 


e. Disposable 
f. Luer lock to accept luer hub applicator (e.g. needle) 


g. Acceptable sizes are ImL and 3mL 


h. Sterile individually wrapped packaging 


510(k) Approval Letters 

PERFORMANCE SPECIFICATIONS: 

Class II Performance Standards: The Offeror shall: 

(1) Utilize FDA-approved dispensing syringes 

(2) Individually wrap and sterilize each syringe prior to shipment 


COMBINATION NEEDLE (SAFETY NEEDLE) AND SYRINGE UNIT: 
syringe coupled with needle for safety shall be acceptable as long as the components 
comply with all of the specifications above, except for the needle and syringe are 
packaged together. 


Syringe: Sizes acceptable are I1ml or 3ml 


Needle: 23 Gauge, Length 1," or 1.5" and/or 25 Gauge, Length 1" 
510(k) Approval Letters 


Country of Origin 


HYPODERMIC NEEDLE 


CRITERIA 


Description: Hypodermic needles are slender, hollow instruments for introducing material 


into the body parenterally 


Specifications: The Hypodennic Needle shall comply with the following: 


The contractor shall comply with 21 Code of Federal Regulations (CFR) 880.5570 and 
Current Good Manufacturing Practice (CGMP). The contractor shall follow International 
Standards Organization (ISO) 7864, single use hypodermic needles. 


a. Shall be a device intended to inject fluids into, or withdraw fluids from, parts of the 
body below the surface of the skin. The device consists of a metal tube that is sharpened at 
one end and at the other end joined to a female connector (Luer hub) designed to mate with a 
male connector (Luer lock nozzle) of a piston syringe or intravascular administration set. 


b. Disposable 


e. Sterile individually wrapped packaging 
f. Safety-engineered 


510(k) Approval Letters 
Country of Origin 


PERFORMANCE SPECIFICATIONS: 
Class II Performance Standards: The Offeror shall: 


(1) Utilize FDA-approved needles 
(2) Individually wrap and sterilize each needle prior to shipment 


COMBINATION NEEDLE (SAFETY NEEDLE) AND SYRINGE UNIT: 
Hypodermic syringe coupled with integrated needle for safety shall be acceptable as long as 

the components comply with all of the specifications above, except for the needle and syringe 
are packaged together 


Needle: 23 Gauge, Length 1," or 1.5" and/or 25 Gauge, Length 1" 


Syringe: Sizes acceptable are 1ml or 3ml 
510(k) Approval Letters 
Country of Origin 


Total fl] by December 


Point of Contact to 
Schedule Delivery 
Date/Time 


——SCSCSCSCSCSCSCSCSC*S Ca ator December 


| Company | 


Point of Contact to 
Schedule Delivery 
Date/Time 


Total fl] by December —— Sz 


Total after December 


CONTRACT DATA REQUIREMENTS LIST 
(2 Data Items) OMB No. 0704-0188 


The public reporting burden for this collection of information is estimated to average 220 hours per response, including the time for revie' instructions, searching existing 
data sources, gathering and maintaining the data needed, and completing and reviewing the collection of information. Send comments regarding this burden estimate or any 
other aspect of this collection of information, including ‘suggestions for reducing the burden, to the Department of Defense, Executive Services Directorate 
(0704-0188). Respondents should be aware that notwithstan ing any other provision of law, no person shall be subject to any penalty for failing to —_ with acollection 

of information if it does not display a currently valid OMB control number. Please do not return your form to the above organization. Send completed form to the 
Government issuing Contracting Officer for the Contract/PR No. listed in Block E, 


A. CONTRACT LINE ITEM NO. ia c. ere j 
|_ oer General Admin Data _ 

D. SYSTEMATEM E. en NO. F. CONTRACTOR 

aie Needles and Syringes for COVID-19 


3. SUBTITLE 
Kick-Off Meeting Minutes 


6, REQUIRING OFFICE 
JPM CBRN Medical 


17. PRICE GROUP 


4, AUTHORITY (Data Acquisition Document No.) 6. CONTRACT REFERENCE 
DI-ADMN-81505 SOW Para 4.1.1 


18, ESTIMATED 


TOTAL PRICE 


7, DD 260 REQ 9, DISTSTATEMENT | 10, FREQUENCY 12. DATE OF FIRST SUBMISSION DISTRIBUTION 
Refer to Block 16 


REQUIRED 


N/A OTIME 


c 11. AS OF DATE 
NO N/A 


13, DATE OF SUBSEQUENT 
Refer to Block 16 


b. COPIES 


a. ADDRESSEE 


16, REMARKS 


4. The Data Item Description (DID) may be obtained from 


http://quicksearch.dla.mil/. 


JPM CBRN Medical 


ASPR BARDA 


ASPR SRS 


9. Distribution Statement C: Distribution authorized to U.S. Government agencies | CCAP-SCE* 
and their Contractors (Administrative or Operational Use). Determination made 
20 May 2020. Distribution guidance is included in DOD Instruction 5230.24. 
12. & 13. Submit within 5 calendar days after conduct of meeting. 
14. Submit as electronic file i in Microsoft Office (i.e., Word, Excel, Power Point) 
ntative (COR), i 
the BARDA representative, (b) (6) | 
the SRS Represen 
the Contract Specialist* (KS), 


17. PRICE GROUP 
Certificate of Analysis and 510(k) Letters 


4, AUTHORITY (Data Acquisition Document No.) 6. CONTRACT REFERENCE 6, REQUIRING OFFICE 
DI-MISC-81356A (Tailored) SOW Para's 4.1.1.1, 4.1.2 JPM CBRN Medical 
7. DD 250 REQ 9. DISTSTATEMENT | 10, FREQUENCY 12. DATE OF FIRST SUBMISSION 14. DISTRIBUTION 

N/A ents ASREQ Refer to Block 16 ——— 


8. APP CODE 11. AS OF DATE 13, DATE OF SUBSEQUENT a. ADDRESSEE 
G SUBMISSION 
NO N/A Refer to Block 16 


18, REMARKS JPM CBRN Medical 
4. The Data Item Description (DID) may be spore from ASPR BARDA 
http://quicksearch.dla.mil/, Only paragraphs 10.2.2.a, b, d, e, and f apply, and a Senior Official's 
signature for verification. The contractor shall include 510(k) letters as appendices to the ASPR SRS 
Certificates of Analysis. CCAP-SCE* 
9, Distribution Statement C: Distribution authorized to U.S, Government agencies 
and their Contractors (Administrative or Operational Use). Determination made 
20 May 2020. Distribution guidance is included in DOD Instruction 5230.24. 
12. & 13. Initial Submission: Concurrent with proposal. Subsequent submissions: Provide a paper 
copy od Certificae of Analysis with each shipment. Provide 510(k) Approval Letters Updates if any 
information from the initial 510(k) Approval Letters is changed/needs to be updated. 
14, Distribution copies shall be submitted as electronic files in Microsoft Office 

.e. Excel. Power Point) via email to the Contracting Officer's Representative 


18, ESTIMATED 


TOTAL PRICE 


the SRS Representative, 
Specialist* (KS), 


16, TOTAL 
G. PREPARED BY H. DATE |. APPROVED BY J. DATE 


20 May 2020 20 ae 2020 
DD FORM 1423-2, AUG 96 PREVIOUS EDITION MAY BE USED. [Reset] Page_1_ 


of__3_ Pages 
Adobe Professional 8.0 


CONTRACT DATA REQUIREMENTS LIST 
(2 Data Items) OMB No. 0704-0188 


The public reporting burden for this collection of information is estimated to average 220 hours SF cee Bnagit po including the time for revie instructions, searching existing 

— barecwie 3 gathering and maintaining the data needed, and completing and reviewing the collection of information. Send comments regarding this burden estimate or any 
" aspect of this collection of information, including ‘suggestions for reducing the burden, to the Department of Defense, Executive Services Directorate 

(0704- 0188). - Dhedal should be aware that notwithstan: ing any other provision of law, no person shall be subject to any penalty for failing to comply with acollection 

of information if it does not display a currently valid OMB control number. Please do not return your form to the above organization. Send completed form to the 

Government |ssuing Contracting Officer for the Contract/PR No. listed in Block E, 


A. CONTRACT LINE ITEM NO. i c. Seen - 
|__ oer General Admin Data _ 

D. SYSTEMATEM E. ne NO. F. CONTRACTOR 

te Needles and Syringes for COVID-19 


3. SUBTITLE 
Packing Slip 


4, AUTHORITY (Data Acquisition Document No.) 5. CONTRACT REFERENCE 6, REQUIRING OFFICE 
DI-SESS-81309A (Tailored) SOW Para 4.3.1 = CBRN Medical 
7, DD 260 REQ @ DISTSTATEMENT | 40, FREQUENCY 12. DATE OF FIRST SUBMISSION DISTRIBUTION 


NA ‘idea ASREQ Refer to Block 16 


11, AS OF DATE 13, DATE OF SUBSEQUENT a. ADDRESSEE 
©: SUBMISSION 
NO Refer to Block 16 


16, REMARKS JPM CBRN Medical 


4. The Data Item Description (DID) may be obtained from ASPR BARDA 

http://quicksearch.dla.mil/. Only paragraphs 2 and 3.g apply. Provide the following ASPR SRS 

information on the Packing Slip: (1) Contract number, (2) Storage, (3) Item description, CCAP-SCE* 

(4) Part number, (5) Lot numbers; and (6) Quantities. 

9. Distribution Statement C: Distribution authorized to U.S. Government agencies 

and their Contractors (Administrative or Operational Use). Determination made 

20 May 2020. Distribution guidance is included in DOD Instruction 5230.24. 

12. & 13. This deliverable (paper copy) shall be provided upon each product delivery to 

each designated shipping location(s). 

14. Distribution copies shall be submitted as electronic files in Microsoft Office 
ie.,Word, Excel, Power Point) via email to the Contracting Officer's Representative, 


117. PRICE GROUP 


18, ESTIMATED 
TOTAL PRICE 


117, PRICE GROUP 


NOT USED 


18, ESTIMATED 


4, AUTHORITY (Data Acquisition Document No.) 6. CONTRACT REFERENCE 6, REQUIRING OFFICE 
TOTAL PRICE 


7 DD 250 9 DISTSTATEMENT | 10 FREQUENCY 12. DATE OF FIRST SUBMISSION DISTRIBUTION 
REQ REQUIRED 


b. COPIES 


8. APP CODE 11, AS OF DATE 13, DATE OF SUBSEQUENT 
SUBMISSION 


16, REMARKS 


NOT USED 


G. PREPARED BY H. DATE 
20 May 2020 


DD FORM 1423-2, AUG 96 PREVIOUS EDITION MAY BE USED. [Reset | Page_2 of_3 Pages 
Reset 


Adobe Professional 8.0 


INSTRUCTIONS FOR COMPLETING DD FORM 1423 
(See DoD 5010.12-M for detailed instructions.) 


FOR GOVERNMENT PERSONNEL 
Item A, Self-explanatory. 
Item B. Self-explanatory. 


Item C, a ( opriate cat : TDP - Technical Data 
Package; TM 09 eppron Manual; - other category of 


data, such as "Provisioning, "Configuration Management," etc. 
Item D, Enter name of system/item being acquired that data will 
support. 


Item E. Self-explanatory (to be filled in after contract award). 
Item F. Self-explanatory (to be filled in after contract award). 
Item G, Signature of preparer of CDRL. 

Item H. Date CDRL was prepared. 

Item I. Signature of CDRL approval authority. 

Item J. Date CDRL was approved. 


Item 1. See DoD FAR Supplement Subpart 4.71 for proper 
numbering. 


Item 2. Enter = as it appears on data acquisition document 
cited in Item 4 


Item 3. Enter subtitle of data item for further definition of data 
item (optional entry). 


peoyat ab Enter Data Item a (DID) number, — 
Soa ion number, or mili standard number list 

0.12-L °(AMSDL), or one-time DID number, that dines data 
content ai rer requirements. 


Item 5. Enter reference to tasking in contract that generates 
requirement for the data item (e.g., Statement of Work 
paragraph number). 

Item 6. Enter technical office responsible for ensuring 
adequacy of the data item. 


il requirement for inspection/acceptance of the 
po "a the Government. 


Item 8. Specify requirement for approval of a draft before 
preparation of the final data item. 


bag 9. For technical data, specify requirement for contractor 
0 mark the appropriate distribution statement on the data (ref. 
DoDD 5230 0.24). 


Item 10, Specify number of times data items are to be 
delivered. 


Item 11. Specify as-of date of data item, when applicable. 
Item 12. Specify when first submittal is required. 


Item 13. Specify when subsequent submittals are required, 
when applicable. 


Item 14. Enter addressees and number of draft/final copies to 
—— to each addressee. Explain reproducible copies in 


Item 15, Enter total number of draft/final copies to be delivered. 


Item 16. Use for additional/clarifying information for Items 1 
through 15. Examples are: Tailoring of documents cited in 
Item 4; Carification of submittal dates in Items 12 and 13; 
Explanation of reproducible copies in Item 14.; Desired medium 
for delivery of the data item. 


FOR THE CONTRACTOR 


Item 17. Specify appropriate price group from one of the following 
groups of effort in developing estimated prices for each data item 
listed on the DD Form 1423. 


a. Group I. Definition - Data which is not otherwise essential to 
the contractor's performance of the primary contracted effort 
(production, development, testing, and administration) but which is 
required by DD Form 1423. 


Estimated Price - Costs to be included under Group I are those 
applicable to preparing and assembling the data item in 
conformance with Government requirements, and the 
administration and other expenses related to reproducing and 
delivering such data items to the Government. 


b. Group II. Definition - Data which is essential to the 
performance of the primary contracted effort but the contractor is 
required to perform additional work to conform to Government 
requirements with regard to depth of content, format, frequency of 
submittal, preparation, control, or quality of the data ta item. 


Estimated Price - Costs to be included under Group II are 
those incurred over and above the cost of the essential data item 
without conforming to Government requirements, and the 
administrative and other expenses related to reproducing and 
delivering such data item to the Government. 


c. Group III. Definition - Data which the contractor must develop 
for his internal use in performance of the primary contracted effort 
and does not require any substantial change to conform to 
Government requirements with regard to depth of content, format, 
frequency of submittal, preparation, control, and quality of the data 
item. 


Estimated Price - Costs to be included under Group III are the 
administrative and other expenses related to reproducing and 
delivering such data item to the Government. 


d. Group IV. Definition - Data which is developed by the 
contractor as part of his normal operating procedures and his effort 
in supplying these data to the Government is minimal. 


Estimated Price - Group IV items should normally be shown 
on the DD Form 1423 at no cost. 


Item 18. For each data item, enter an amount equal to that portion 
of the total price which is estimated to be attributable to the 
production or development for the Government of that item of data. 
These estimated data prices shall be developed only from those 
costs which will be incurred as a direct result of the requirement to 
supply the data, over and above those costs which would 
otherwise be incurred in performance of the contract if no data 
were required. The estimated data prices shall not include any 
amount for rights in data. The Government's right to use the data 
shall be governed by the pertinent provisions of the contract. 


DD FORM 1423-2 (BACK), AUG 96 


CONTRACT DATA REQUIREMENTS LIST Form Approved 
(2 Data Items) OMB No. 0704-0188 


The public reporting burden for this collection of information is estimated to average 220 hours per response. including the time for reviewing instructions, searching existing 
data sources, gathering and maintaining the data needed. and completing and reviewing the collection of information. Send comments regarding this burden estimate or any 
other aspect of this collection of information, including suggestions for reducing the burden. to the Department of Defense. Executive Services Directorate 
(0704-0188). Respondents should be awere that notwithstanding any other provision of law. no person shall be subject to any penalty for failing to comply with 6 collection 
of information if it does not displey 6 currently valid OMB control number. Please do not return your form to the above organization. Send completed form to the 
Government Issuing Contracting Officer for the Contract/PR No. listed in Block E. 


A. CONTRACT LINE ITEM NO. B. EXHIBIT C. CATEGORY: P 
_— omen General Admin Data 
D. SYSTEM/ITEM E. CONTRACT/PR NO. F. CONTRACTOR 
Safety Needles and Syringes COVID-19 


2. TITLE OF DATA ITEM 3. SUBTITLE 
Weekly Delivery Schedule Updates Weekly reporting 


4. AUTHORITY (Data Acquisition Document No.) 5. CONTRACT REFERENCE 6. REQUIRING OFFICE 


DI-MGMT-81867 SOW 4.3.9 JPM CBRN Medical 


7. DD 250 REQ 9. posi Saar 10. FREQUENCY 12. DATE OF FIRST SUBMISSION 14. DISTRIBUTION 
/A ASREQ SOW 4.3.9 b. COPIES 

8. APP CODE ec 11. AS OF DATE 13. DATE OF SUBSEQUENT 8. ADDRESSEE 

NO SUBMISSION 

SOW 4.3.9 


16, REMARKS 
3.Format. Government provided template. Content. The Production Report shall contain the 
following: a List of all deliverables by Contract Line Item Number (CLIN). b. Production 
milestones, including material order and material receipt. c. Anticipated and actual delivery | CCAP-SCE* 
dates of all items by CLIN. If an anticipated delivery date is later than the delivery date 
established, the following shall be included: 

(1) An explanation: (2) Date a request for extension was submitted; identification of the 
requested new date: and what constituted the offer of consideration; (3) A description and 
discussion of any problems and issues affecting production or delivery. 

4. Distribution copies shall be submitted as electronic files in Microsoft Office 

(i.e., Word, Excel, Power Point) via email to the Contracting Officer's Representative, 
I Co 2c: Specialist® (KS) NN 
CIE 20. the Contracting Officer? KO) 
a 


12. Submissions Refer to SOW 4.3.9 


1, DATA ITEM NO, 2. TITLE OF DATA ITEM 


4. AUTHORITY (Data Acquisition Document No.) 5. CONTRACT REFERENCE 6. REQUIRING OFFICE 
7. DD 250 REQ 9. DIST STATEMENT | 10. FREQUENCY 12. DATE OF FIRST SUBMISSION | 44. DISTRIBUTION 
REQUIRED 
b. COPIES 
8. APP CODE 11. AS OF DATE 13. DATE OF SUBSEQUENT a. ADDRESSEE 
SUBMISSION 


16. REMARKS 
NOT USED 


Z 
3 


G. PREPARED BY H. DATE 1. APPROVED BY 
28 Aug 2020 


DD FORM 1423-2, AUG 96 PREVIOUS EDITION MAY BE USED. Page _of__ Pages 
Adobe Professional 8 0 


17. PRICE GROUP 


18. ESTIMATED 
TOTAL PRICE 


INSTRUCTIONS FOR COMPLETING DD FORM 1423 
(See DoD 5010.12-M for detailed instructions.) 


FOR GOVERNMENT PERSONNEL 


Item A. Self-explanatory. 

Item B. Self-explanatory. 

Item C. Mark (X) appropriate category: TDP - Technical Data 
Package; TM - Technical Manual; Other - other category of 
data, such as "Provisioning,""Configuration Management," etc. 


Item D. Enter name of system/item being acquired that data will 
support. 


Item E. Self-explanatory (to be filled in after contract award). 
Item F. Self-explanatory (to be filled in after contract award). 
Item G. Signature of preparer of CDRL. 

Item H. Date CDRL was prepared. 

Item 1. Signature of CDRL approval authority. 

Item J. Date CDRL was approved. 

Item 1. See DoD FAR Supplement Subpart 4.71 for proper 
numbering. 


Item 2. Enter title as it appears on data acquisition document 
cited in Item 4. 


Item 3. Enter subtitle of data item for further definition of data 
item (optional entry). 


Item 4. Enter Data Item Description (DID) number, military 
specification number, or military standard number listed in DoD 
5010.12-L (AMSDL), or one-time DID number, that defines data 
content and format requirements. 


Item 5. Enter reference to tasking in contract that generates 
requirement for the data item (e.g., Statement of Work 
paragraph number). 


Item 6. Enter technical office responsible for ensuring 
adequacy of the data item. 


Item 7. Specify requirement for inspection/acceptance of the 
data item by the Government. 


Item 8. Specify requirement for approval of a draft before 
preparation of the final data item. 


Item 9. For technical data, specify requirement for contractor 
to mark the appropriate distribution statement on the data (ref. 
DoDD 5230.24). 


Item 10. Specify number of times data items are to be 
delivered. 


Item 11. Specify as-of date of data item, when applicable. 
Item 12. Specify when first submittal is required. 


Item 13. Specify when subsequent submittals are required, 
when applicable. 


Item 14. Enter addressees and number of draft/final copies to 
be delivered to each addressee. Explain reproducible copies in 
Item 16. 


Item 15. Enter total number of draft/final copies to be delivered. 


Item 16. Use for additional/clarifying information for Items 1 
through 15. Examples are: Tailoring of documents cited in 
Item 4; Clarification of submittal dates in Items 12 and 13; 
Explanation of reproducible copies in Item 14.; Desired medium 
for delivery of the data item. 


DD FORM 1423-2 (BACK), AUG 96 


FOR THE CONTRACTOR 


Item 17. Specify appropriate price group from one of the following 
groups of effort in developing estimated prices for each data item 
listed on the DD Form 1423. 


a. Group |. Definition - Data which is not otherwise essential to 
the contractor's performance of the primary contracted effort 
(production, development, testing, and administration) but which is 
required by DD Form 1423. 


Estimated Price - Costs to be included under Group | are those 
applicable to preparing and assembling the data item in 
conformance with Government requirements, and _ the 
administration and other expenses related to reproducing and 
delivering such data items to the Government. 


b. Group Il. Definition - Data which is essential to the 
performance of the primary contracted effort but the contractor is 
required to perform additional work to conform to Government 
requirements with regard to depth of content, format, frequency of 
submittal, preparation, control, or quality of the data item. 


Estimated Price - Costs to be included under Group II are 
those incurred over and above the cost of the essential data item 
without conforming to Government requirements, and the 
administrative and other expenses related to reproducing and 
delivering such data item to the Government. 


c. Group Ill. Definition - Data which the contractor must develop 
for his internal use in performance of the primary contracted effort 
and does not require any substantial change to conform to 
Government requirements with regard to depth of content, format, 
frequency of submittal, preparation, control, and quality of the data 
item. 


Estimated Price - Costs to be included under Group Ill are the 
administrative and other expenses related to reproducing and 
delivering such data item to the Government. 


d. Group IV. Definition - Data which is developed by the 
contractor as part of his normal operating procedures and his effort 
in supplying these data to the Government is minimal. 


Estimated Price - Group IV items should normally be shown 
on the DD Form 1423 at no cost. 


Item 18. For each data item, enter an amount equal to that portion 
of the total price which is estimated to be attributable to the 
production or development for the Government of that item of data. 

These estimated data prices shall be developed only from those 
costs which will be incurred as a direct result of the requirement to 
supply the data, over and above those costs which would 
otherwise be incurred in performance of the contract if no data 
were required. The estimated data prices shall not include any 
amount for rights in data. The Government's right to use the data 
shall be governed by the pertinent provisions of the contract. 


1 CONTRACT ID CODE PAGE OF PAGES 


AMENDMENT OF SOLICITATION/MODIFICATION OF CONTRACT J ; " 


2 AMENDMENT/MODEFICATION NO 3 EFFECTIVEDATE |4 REQUISITION/PURCHASE REQ NO 5 PROJECTNO (Ifapplicable) 
P00002 26-Oct-2020 SEE SCHEDULE 


6 ISSUED BY CODE |wW911SR 7 ADMINISTERED BY ([fother than item6) CODE 


USA CONTRACT NG CMD-APG. - W911SR 

EDGEWOOD CONTRACTING DIVISION See Item 6 
8456 BRIGADE STREET 

BLDG £4215 

ABERDEEN PROVING GROUND MD 21010-5401 


8. NAME AND ADDRESS OF CONTRACTOR (No., Street, County, State and Zip Code) 9A. AMENDMENT OF SOLICITATION NO. 
HTL-STREFA, NC. 


EE en etn GRaeee ae 


x | LOA. MOD. OF CONTRACT/ORDER NO. 
W911SR2000049 


10B. DATED (SEE ITEM 13) 


X | 03-Aug-2020 


11. THISITEM ONLY APPLIES TO AMENDMENTS OF SOLICITATIONS 
[__|mbe above numbered solicitation is amended as set Hrth in Item14 The hour and date specified fr receipt of Ofér [ | is extended, [ | is not extended 


Offr oust acknowledge receipt ofthis amendment prior to the hour and date specified in the solicitation or as amended by one ofthe Hllowing methods: 

(a) By completing Items 8 and 15, and returning copies ofthe amendnent; (b) By acknowledging receipt ofthis amendment on each copy ofthe offr submitted; 
or (c) By separate letter or telegram which includes a ref&rence to the solicitation and amendment numbers FAILURE OF YOUR ACKNOWLEDGMENT TO BE 
RECEIVED AT THE PLACE DESIGNATED FOR THE RECEIPT OF OFFERS PRIOR TO THE HOUR AND DATE SPECIFIED MAY RESULTIN 

REJECTION OF YOUR OFFER [Ifby virtue ofthis amendment you desire to change an offer already submitted, such change may be made by telegramor letter, 
provided each telegramor letter makes re&rence to the solicitation and this amendment, and is received prior to the opening hour and date specified 


12. ACCOUNTING AND APPROPRIATION DATA (If required) 


13. THISITEM APPLIES ONLY TO MODIFICATIONS OF CONTRACT SORDERS. 
IT MODIFIES THE CONTRACT/ORDER NO. AS DESCRIBED IN ITEM 14. 


A. THIS CHANGE ORDER IS ISSUED PURSUANT TO: (Specify authority) THE CHANGES SET FORTH IN ITEM 14 ARE MADE IN THE 
CONTRACT ORDER NO. IN ITEM 10A. 


x |B. THE ABOVE NUMBERED CONTRACT/ORDER IS MODIFIED TO REFLECT THE ADMINISTRATIVE CHANGES (such as changes in paying 
office, appropriation date, etc.) SET FORTH IN ITEM 14. PURSUANT TO THE AUTHORITY OF FAR 43.103(B). 


C. THIS SUPPLEMENTAL AGREEMENT IS ENTERED INTO PURSUANT TO AUTHORITY OF: 


i D. OTHER (Specify type of modification and authority) 


E. IMPORTANT: Contractor is not, [| is required to sign this document and return copies to the issuing office. 


14. DESCRIPTION OF AMENDMENT /MODIFICATION (Organized by UCF section headings, including solicitation/contract subject matter 
where feasible.) 
Modification Control Number: (GG 


The purpose of this administrative modification is: 
1) Add Period of Performance from 03-September-2020 to 28- February-2021, for CLIN 0005 Change to Air Freight T&M, to allow for the 
processing of the invoices per DFAS request. 


All other terms and conditions remain the same. 


Except as provided herein, all terms and conditions ofthe document refrenced in Item9A or 10A. as heretofbre changed, remains unchanged and in fill force and effect 


15A. NAME AND TITLE OF SIGNER (Type or print) 16A. NAME AND TITLE OF CONTRACTING OFFICER (Type or print) 
0) 6) 
Te MAL 
15B. CONT RACT OR/OFFEROR 15C. DATE SIGNED ' (OXC Sa 16C. DATE SIGNED 
B 26-Oct-2020 
(Signature of person authorized to sign) (Signature of Contracting Officer) 
EXCEPTION TO SF 30 30-105-04 STANDARD FORM 30 (Rev. 10-83) 
APPROVED BY OIRM 11-84 Prescribed by GSA 
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SECTION SF 30 BLOCK 14 CONTINUATION PAGE 

SUMMARY OF CHANGES 

SECTION SF 1449 - CONTINUATION SHEET 

DELIVERIES AND PERFORMANCE 

The following Delivery Schedule for CLIN 0005 has been added: 

DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 

CAGE 
WS56XNH 


(End of Summary of Changes) 
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The following items are applicable to this modification: 


The purpose of this modification (P00003 to W911SR-20-C-0049) is as follows: 


a. For CLIN 0001, the delivery requirement for QQ units changes FROM 


TO : 

b. For CLIN 0002, the delivery requirement for QRH units changes FROM 
TO : 

c. For CLIN 0003, the delivery requirement for (QM units changes FROM 
TO : 

d. The total impact of this modification changes the delivery date (see above) for a total 


of @ units per the letter titled (GG December 3 2020” dated 3 December, 
2020 from (QR. The Government accepts the proposed consideration items 
described in the (FRE letter titled “(GG December 2 2020”, dated 2 
December, 2020 as consideration for the late delivery of these QR. In 
addition, the Government is adding additional air-freight related reporting 
requirement language to the contract on this modification (see updated Statement of 
Work) as part of the consideration for late delivery. 


All other terms and conditions remain the same. 


SUMMARY OF CHANGES 


SECTION SF 1449 - CONTINUATION SHEET 

SOLICITATION/CONTRACT FORM 
The vendor signature required has changed from required to not required. 
The number of award copies required | has been deleted. 

DELIVERIES AND PERFORMANCE 

The following Delivery Schedule item for CLIN 0001 has been changed from: 


DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 
CAGE 
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(b) (4) | (b) (4) WS6XNH 
(o) (6) 
(6) (4) 
——a 
Ee 
—————s 
To: 
DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 
CAGE 
(b) (4) | (b) (4) WS56XNH 
(bo) (6) 
() (4) 
p= 
Fo 
Pe 
The following Delivery Schedule item has been added to CLIN 0001: 
DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 
CAGE 
(4) = OC WS6XNH 
(o) (6) 
(6) (4) 
aa 
| 
—— 
DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 
CAGE 
(4) — i oe WS6XNH 
(bo) (6) 
(6) (4) 
pa 
= 1 
ie | 
The following Delivery Schedule item for CLIN 0002 has been changed from: 
DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 
CAGE 
to) (4) a WS6XNH 
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To: 
DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 
CAGE 
(b) (4) = (6) (4) W56XNH 
(6) (6) 
(6) (4) 
== | 
aaa 
fp 
The following Delivery Schedule item has been added to CLIN 0002: 
DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 
CAGE 
(b) (4) | = (6) (4) W56XNH 
(b) (6) 
(6) (4) 
eae 
as 
Pe 
DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 
CAGE 
(b) (4) =a (6) (4) WS56XNH 
(6) (6) 
(6) (4) 
ei ed 
ne! 
——all 
The following Delivery Schedule item for CLIN 0003 has been changed from: 
DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 
CAGE 
(b) (4) | (6) (4) WS56XNH 
(6) (6) 
(6) (4) 
P| 
P 
Pe 
To: 
DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 


CAGE 


W911SR20C0049 


P00003 
Page 5 of 13 
(b) (4) (b) (4) WS6XNH 
(o) (6) 
(6) (4) 
as 
) 
Pe 
The following Delivery Schedule item has been added to CLIN 0003: 
DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 
CAGE 
(b) (4) | == WS6XNH 


FOB: Destination 


The following have been modified: 
STATEMENT OF WORK 
This section has been modified. Changes are shown below in red font text. 


STATEMENT OF WORK 
PROCUREMENT OF SAFETY NEEDLES AND SYRINGES FOR COVID-19 


1.0 SCOPE: The Contractor, as an independent Contractor and not as an agent of the 
Government, shall furnish the necessary resources as specified in this Statement of Work 
(SOW), to manufacture and/or supply Safety Needles and Syringes. 


2.0 BACKGROUND: 


On Friday, March 13, 2020, the President declared a national emergency concerning the novel 
coronavirus disease (COVID-19) under section 501(b) of the Robert T. Stafford Disaster Relief 
and Emergency Assistance Act, 42 U.S.C. 5121-5207 (the “Stafford Act). 


The mission of the Division of Strategic National Stockpile (DSNS), of the United States (U.S.) 
Department of Health and Human Services (HHS) Office of the Assistant Secretary for 
Preparedness and Response (ASPR), is to ensure the availability and rapid deployment of life- 
saving pharmaceuticals, antidotes, other medical supplies, and equipment necessary to counter 
the effects of nerve agents, biological pathogens, and chemical agents. When state, local, tribal, 
and territorial public health and medical systems request federal assistance to support their 
response efforts, DSNS ensures the right medicines and supplies get to those who need them 
most during anemergency. When the vaccine becomes available the Government will have an 
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immediate need to begin vaccinating the entire U.S. population. To administer the vaccine the 
Government will require needles and syringes to be available. 


There is an insufficient domestic supply of safety needles and syringes to meet the projected 
needs to vaccinate the nation’s entire population against COVID-19. Should vaccine programs 
be accelerated, demand could outpace available devices to administer a vaccine. 


3.0 OBJECTIVE: The HHS currently has contracts in place with three (3) major 
manufacturers to provide needles and syringes supplies to support the initial preparedness needs 
at the onset of a pandemic outbreak. The objective of this acquisition is to supplement the 
current supply and establish contracts with additional manufacturers and suppliers to provide a 
quantity of up to 500 million safety needles and syringes supplies. 


4.0 REQUIREMENTS: 


4.1. General: 


4.1.1. The Contractor shall “host” a Kick-Off Meeting within one (1) calendar day after 
contract award via teleconference. The Contractor shall provide Meeting Minutes containing a 
detailed overview of the meeting discussions in accordance with (IAW) Contract Data 
Requirements List (CDRL) A001. 


4.1.1.1. The Contractor shall provide a Certificate of Analysis with each shipment per the DD 
Form 1423, Contract Data Requirements List (CDRL) A002, confirming the supplies described 
below meet the Performance Specifications in paragraph 4.2 below. 


4.1.2. The Contractor shall provide copies of 510(k) Approval Letters for ALL supplies 
(dispensing syringes or needles) to demonstrate compliance with Section 510(k) of the Food, 
Drug and Cosmetic Act as part of their proposal. The Contractor shall provide, if necessary, 
510(k) Approval Letters Updates if any information from the initial 510(k) Approval Letters is 
changed/needs to be updated. 


4.1.2.1.1. The Contractor shall ensure all supplies have a “Shelf-Life” with expiration dates of no 
less than five (5) years from the date of sterilization, and must have at least four (4) years of 
remaining expiry from the time of shipment. 


4.1.2.1.2. The Contractor shall only use Current Good Manufacturing Practice (cGMP) 
processes to manufacture the needles and syringes. 


4.1.2.1.3. Period of Performance/Delivery Dates. See the “Delivery Schedule” section of this 


Contract and “Attachment 2-Shipping Information” for all delivery requirements and shipping 
locations. 


4.2. Technical Requirements: 


4.2.1.The Contractor shall provide sterile needle (with Luer hub connection) and syringe (with 
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Luer lock connection) units approved by the Food and Drug Administration (FDA) and comply 
with Occupational Safety and Health Administration (OSHA) Needlestick Safety and Prevention 
Act requirements as a “safety-engineered product.” Safety-engineered supplies include needles 
preventing sharp injuries by either; being completely enclosed after use by an attached shield, or 
be fully retracted within the syringe. The Contractor may provide individual syringes and 
individual needles as long as there is a one-to-one (1:1) ratio. In order to meet the specified 
quantities upon contract award and comply with the specifications in this SOW, the 
following may be provided: (1) individually wrapped sterile syringes with individually 
wrapped sterile needles in a one-to-one (1:1) ratio, (2) sterile needle/syringe combination 
unit, or (3) a mixture of sterile combination units and individually wrapped sterile syringes 
with equal number of individually wrapped sterile needles. 


4.2.2.The Contractor shall only provide acceptable product sizes as described below: 


Individual Syringe: 


_ Syringe | 


Individual Needle: 


Needle Needle 
Gauge Length 


Combination Unit: 


Needle Needle 
Gauge ee h 


4.2.3. Dispensing Syringe: Description: A dispensing syringe allows for the controlled and 
precise flow of liquid. The dispensing syringe is used to inject medications or other liquids into 
body tissues. Manual syringes consist of a barrel, stopper, and plunger. 


42.3.1. The Contractor shall ensure dispensing syringes comply with Title 21 Code of 
Federal Regulations (CFR) 880.5860 and follow International Standards Organization (ISO) 
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7886-1:2017 and the following material specifications: 

4.2.3.1.1. A device intended for medical purposes that consists of a calibrated hollow 
barrel and a movable plunger. At one end of the barrel there is a male 
connector (nozzle) for fitting the female connector (hub) of a hypodermic 
single lumen needle; 


A234 .2: Heavy duty barrel - The barrel has a scale showing the capacity of the syringe. 

ADS Ao: Stopper - The stopper maintains the fluid in the barrel between the syringe 
nozzle and the plunger; 

4.2.3.1.4. Plunger - The plunger is used to aspirate and inject fluids into and out of the 
syringe; 

ADSL: Disposable; 

4.2.3.1.6. Luer lock to accept luer hub applicator (e.g. needle); 

4.2.3.1.7. Sizes as specified in Section 4.2.2 above; and 

4.2.3.1.8. Sterile individually wrapped packaging. 


4.2.4. Hypodermic Needle: Description: A Hypodermic needle is a slender, hollow instrument 
for introducing material into the body parenterally. 


4.2.4.1. The Contractor shall ensure hypodermic needles comply with 21 CFR 880.5570, OSHA 
Needlestick Safety and Prevention Act, and follow International Standards Organization (ISO) 
7864, and the following specifications: 


4.2.4.1.1. Disposable; 

4.2.4.1.2. Luer hub to attach to luer lock syringe; 

4.2.4.1.3. See Tables in Sections 4.2.2 above for acceptable needle length and gauges; 
4.2.4.1.4. Sterile individually wrapped packaging; and 

AD AVS: Safety-engineered. 


4.3. Delivery Location and Shipping Requirements: See Attachment 2-“Shipping 
Information” for all delivery locations and shipping requirements. 


4.3.1. The Contractor shall provide Packing Slips with all shipments per CDRL A003. The 
Packing Slips shall include the following: (1) Contract number, (2) Item description, (3) Part 
number, (4) Lot numbers; and (5) Quantities. The Packing Slips shall include BOTH: (1) a 
Packing Slip Paper Copy with the shipment; and (2) a Packing Slip Paper Emailed Copy to the 
Designated Government Representative. 


4.3.2. No Partial Case or Packages quantities will be accepted unless approved by the 
Contracting Officer prior to shipping. 


4.3.3. The Contractor shall NOT Mixed Lot #'s per Case or per Packages. The Contractor 
shall only provide full case quantities only, unless approved by the Designated Government 
Representative in advance via email. 


4.3.4. The Contractor shall ensure all pallets have the identical TyHi stack pattern, except for 
the final pallet; which would be a partial pallet or individual boxes. 
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4.3.5. All supplies shall be delivered on a standard 48" by 40" pallet, not to exceed 60” in 
height, stretch wrapped, clear-wrapped is preferred, and secured to the pallet for safe transport. 


4.3.6. The Contractor shall contact the Designated Government Representative to schedule 
delivery appointments. The Government will provide the Designated Government 
Representative(s)’ information at the Kick-Off Meeting. 


4.3.7. Contractor shall contact the Designated Government Representative to schedule delivery 
appointments. 


4.3.8. The Contractor shall ship ALL deliverables via AIR FREIGHT through February 28, 
2021, effective immediately. The Contractor shall charge the Delta in costs between Air Freight 
costs and Sea Freight costs already built into this contract. The Contractor shall NOT submit any 
costs (e.g. labor, overhead, profit) other than “other direct costs” per FAR Clause 52.214-4 
Alternative one (1) as those cost are already included in the contract. The Contractor shall only 
be reimbursed for actual REASONABLE costs and shall provide documented proof (e.g. 
receipts and paid invoices). The Government’s pallet dimension limitations (stated in Section 
4.3.5) is how the pallets will be delivered, it does NOT restrict pallet heights or other packing 
dimensions of HOW the items are to be shipped (either by air or sea). The Contractor shall 
follow commercial best practices and to maximize/optimize Air Cargo Load, palletization or re- 
palletization (if needed), and drayage. The Government reserves the right to stop this Air Freight 
requirement prior to February 28, 2021 via email notification from the Contracting Officer due to 
urgency, followed by a bi-lateral modification. The Government also reserves the right to 
provide transportation (e.g. planes) or other logistical services (e.g. palletization) and will notify 
the Contractor via an email from the Contracting Officer. 


4.3.9. Based on mutual agreement at the Post-Award Meeting for delivery schedules, the 
Contractor shall provide an Initial Updated Syringe-Needle Delivery Schedule. The template 
for the Initial Updated Syringe-Needle Delivery Schedule will be provided by the COR. The 
Initial Updated Delivery Schedule shall be provided to the COR within three (3) business days 
after the “Sea to Air Freight Modification.” Thereafter, the Contractor shall, at a minimum, 
provide Weekly Delivery Schedule Updates to the COR by Tuesday, 1400 Eastern Time. 


5.0 Operation Warp Speed (OWS) Contract Language: 


5.1. Disclosure of Information: 


5.1.1. Performance under this contract may require the Contractor to access non-public data and 
information proprietary to a Government agency, another Government Contractor or of such 
nature that its dissemination or use other than as specified in the work statement would be 
adverse to the interests of the Government or others. Neither the Contractor, nor Contractor 
personnel, shall divulge nor release data nor information developed or obtained under 
performance of this contract, except authorized by Government personnel or upon written 
approval of the CO in accordance with OWS or other Government policies and/or guidance. The 
Contractor shall not use, disclose, or reproduce proprietary data that bears a restrictive legend, 
other than as specified in this contract, or any information at all regarding this agency. 
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5.1.2. The Contractor shall comply with all Government requirements for protection of non- 
public information. Unauthorized disclosure of nonpublic information is prohibited by the 
Government’s rules. Unauthorized disclosure may result in termination of the contract, 
replacement of a Contractor employee, or other appropriate redress. Neither the Contractor nor 
the Contractor‘s employees shall disclose or cause to be disseminated, any information 
concerning the operations of the activity, which could result in, or increase the likelihood of, the 
possibility of a breach of the activity‘s security or interrupt the continuity of its operations. 


5.1.3. No information related to data obtained under this contract shall be released or publicized 
without the prior written consent of the COR, whose approval shall not be unreasonably 
withheld, conditioned, or delayed, provided that no such consent is required to comply with any 
law, rule, regulation, court ruling or similar order; for submission to any government entity’ for 
submission to any securities exchange on which the Contractor’s (or its parent corporation’s) 
securities may be listed for trading; or to third parties relating to securing, seeking, establishing 
or maintaining regulatory or other legal approvals or compliance, financing and capital raising 
activities, or mergers, acquisitions, or other business transactions. 


5.2. Publications and Publicity: 


5.2.1. The contractor shall not release any reports, manuscripts, press releases, or abstracts 
about the work being performed under this contract without written notice in advance to the 
Government: 
(a) Unless otherwise specified in this contract, the contractor may publish the results of its 
work under this contract. The contractor shall promptly send a copy of each submission to 
the COR for security review prior to submission. The contractor shall also inform the COR 
when the abstract article or other publication is published, and furnish a copy of it as finally 
published; 
(b) Unless authorized in writing by the CO, the contractor shall not display Government 
logos including Operating Division or Staff Division logos on any publications; 
(c) The contractor shall not reference the products(s) or services(s) awarded under this 
contract in commercial advertising, as defined in FAR 31.205-1, in any manner which 
states or implies Government approval or endorsement of the product(s) or service(s) 
provided; 
(d) The contractor shall include this clause, including this section (d) in all subcontracts 
where the subcontractor may propose publishing the results of its work under the 
subcontract. The contractor shall acknowledge the support of the Government whenever 
publicizing the work under this contract in any media by including an acknowledgement 
substantially as follows: "This project has been funded in whole or in part by the U.S. 
Government under Contract No. XXXX. The US Government is authorized to reproduce 
and distribute reprints for Governmental purposes notwithstanding any copyright notation 
thereon.” 


5.3. Confidentiality of Information: 


5.3.1. Confidential information, as used in this article, means information or data of a personal 
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nature about an individual, or proprietary information or data submitted by or pertaining to an 
institution or organization. 


5.3.2. The Contracting Officer and the Contractor may, by mutual consent, identify elsewhere 
in this contract specific information and/or categories of information which the Government will 
furnish to the Contractor or that the Contractor is expected to generate which is confidential. 
Similarly, the Contracting Officer and the Contractor may, by mutual consent, identify such 
confidential information from time to time during the performance of the contract. Failure to 
agree will be settled pursuant to the "Disputes" clause. 


5.3.3. Ifit is established elsewhere in this contract that information to be utilized under this 
contract, or a portion thereof, is subject to the Privacy Act, the Contractor will follow the rules 
and procedures of disclosure set forth in the Privacy Act of 1974, 5 U.S.C. 552a, and 
implementing regulations and policies, with respect to systems of records determined to be 
subject to the Privacy Act. 


5.3.4. Confidential information, as defined in paragraph (a) of this article, shall not be disclosed 
without the prior written consent of the individual, institution, or organization. Whenever the 
Contractor is uncertain with regard to the proper handling of material under the contract, or if the 
material in question is subject to the Privacy Act or is confidential information subject to the 
provisions of this article, the Contractor shall obtain a written determination from the 
Contracting Officer prior to any release, disclosure, dissemination, or publication. 


5.3.5. Contracting Officer Determinations will reflect the result of internal coordination with 
appropriate program and legal officials. 


5.3.6. The provisions of paragraph (d) of this article shall not apply to conflicting or 
overlapping provisions in other Federal, State or local laws. 


5.3.7. All above requirements MUST be passed to all Sub-contractors. 


5.4. Organizational Conflicts of Interest: 


5.4.1. Performance under this contract may create an actual or potential organizational conflict 
of interest such as are contemplated by FAR Part 9.505-General Rules. The Contractor shall not 
engage in any other contractual or other activities which could create an organizational conflict 
of interest (OCI). This provision shall apply to the prime Contractor and all sub-Contractors. 
This provision shall have effect throughout the period of performance of this contract, any 
extensions thereto by change order or supplemental agreement, and for two (2) years thereafter. 
The Government may pursue such remedies as may be permitted by law or this contract, upon 
determination that an OCI has occurred. 


5.4.2. The work performed under this contract may create a significant potential for certain 
conflicts of interest, as set forth in FAR Parts 9.505-1, 9.505-2, 9.505-3, and 9.505-4. It is the 
intention of the parties hereto to prevent both the potential for bias in connection with the 
Contractor‘s performance of this contract, as well as the creation of any unfair competitive 
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advantage as a result of knowledge gained through access to any non-public data or third party 
proprietary information. 


5.4.3. The Contractor shall notify the Contracting Officer immediately whenever it becomes 
aware that such access or participation may result in any actual or potential OCI. Furthermore, 
the Contractor shall promptly submit a plan to the Contracting Officer to either avoid or mitigate 
any such OCI. The Contracting Officer will have sole discretion in accepting the Contractor‘s 
mitigation plan. In the event the Contracting Officer unilaterally determines that any such OCI 
cannot be satisfactorily avoided or mitigated, other remedies may be taken to prohibit the 
Contractor from participating in contract requirements related to OCI. 


5.4.4. Whenever performance of this contract provides access to another Contractor‘s 
proprietary information, the Contractor shall enter into a written agreement with the other entities 
involved, as appropriate, in order to protect such proprietary information from unauthorized use 
or disclosure for as long as it remains proprietary; and refrain from using such proprietary 
information other than as agreed to, for example to provide assistance during technical 
evaluation of other Contractors’ offers or products under this contract. An executed copy of all 


proprietary information agreements by individual personnel or on a corporate basis shall be 
furnished to the CO within fifteen (15) calendar days of execution. 


Additional Reporting Requirements. 


AIR SHIPMENTS: 


Within 4 hours of departure (from the airport of origin), contractor is required to provide the 
following information for every air shipment provided under this contract: 


Carrier Name: 

Aircraft Tail Number: 

Aircraft Manufacture/Model (i.e. Boeing 747): 

Port of Departure: 

Time/Date of Departure (US Eastern Standard Time - EST): 

Port of Arrival (final destination): 

Schedule time/date of Arrival at Final Destination (US Eastern Standard Time - EST): 


Detailed descriptions and quantities/count by individual item shall be included for each air 
shipment. 


Actual Time/date of Arrival at final port: 
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If aircraft is diverted and/or anticipated to arrive at final destination more than 4 hours after 
scheduled arrival time/date, contractor shall provide written notification and include the new 
estimated arrival time/date. 


WAREHOUSED ITEMS - Contract Items stored/staged at interim locations prior to air 
shipment at contractor warehouses and/or warehouses utilized by contractor subcontractors 
and/or transportation agents. The contractor is required to provide a daily report not later than 
1700 US Eastern Standard Time (EST) including the following information: 

Location of Warehouse(s): 

Complete physical address of warehouse(s): 

Warehouse POC: 


Warehouse POC telephone number and email address: 


For each warehouse location, detailed descriptions and quantities/count by individual item 
warehoused and ready for shipment. 


ADDITIONAL NOTES: 


1. Concurrently, all information required under this contract modification shall be provided 
by email to the following individuals: 


a) ACC-APG Email Address — Email Address TBD via email from Contracting Officer 
after execution of modification. 


b) ACC HQs POC, [as 


(End of Summary of Changes) 
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10A. MOD. OF CONTRACT/ORDER NO. 
W911SR2000049 


x[eoaigaze 
[CODE _7TKQ9_ ET CODE 08-Aug-2020 


11. THISTTEM ONLY APPLIES TO AMENDMENTS OF SOLICITATIONS 
[_]ime above nunbered solicitation is amended as set forth in Item 14. The hour and date specified for receipt of Offr [ | is extended, [J is not extended. 


Offer must acknowledge receipt of this amendrent prior to the hour and date specified in the solicitation or as amended by one ofthe following methods: 

(a) By completing Items 8 and 15, and returning copies ofthe amendnent; (b) By acknowledging receipt ofthis amendment on each copy ofthe offer submitted; 
or (c) By separate letter or telegramwhich includes a reference to the solicitation and amendment numbers. FAILURE OF YOUR ACKNOWLEDGMENT TO BE 
RECEIVED AT THE PLACE DESIGNATED FOR THE RECEIPT OF OFFERS PRIOR TO THE HOUR AND DATE SPECIFIED MAY RESULTIN 

REJECTION OF YOUR OFFER. Ifby virtue ofthis amendment you desire to change an offer already submitted, such change may be made by telegramor letter, 
provided each telegramor letter makes refrence to the solicitation and this amendment, and is received prior to the opening hour and date specified. 


12. ACCOUNTING AND APPROPRIATION DATA (If required) 
See Schedule 
13. THISITEM APPLIES ONLY TO MODIFICATIONS OF CONT RACT SORDERS. 
IT MODIFIES T HE CONT RACT/ORDER NO. AS DESCRIBED IN ITEM 14. 
A. THIS CHANGE ORDER IS ISSUED PURSUANT TO: (Specify authority) THE CHANGES SET FORTH IN ITEM 14 ARE MADE IN THE 
CONTRACT ORDER NO. IN ITEM 10A. 


Zt i 
office, appropriation date, etc.) SET FORTH IN ITEM 14, PURSUANT TO THE AUTHORITY OF FAR 43.103(B). 

pucammasege Tenens enreren 
Bilateral AW FAR 52.212-4(c) 

lac 


E. IMPORTANT: Contractor [_] isnot, is required to sign this document and return 1 copies to the issuing office. 


14. DESCRIPTION OF AMENDMENT/MODIFICATION (Organized by UCF section headings, including solicitation/contract subject matter 
where feasible.) 
Modification Control Number: [gg 


The purpose of this modification is: 
SEE BLOCK 14 CONTINUATION PAGE 


Except as provided herein, all terms and conditions ofthe document referenced in Item9A or 10A, as heretofore changed, remains unchanged and in full force and effect. 
15A. NAME AND TITLE OF SIGNER (Type or print) 16A. NAME AND TITLE OF CONTRACTING OFFICER (Type or print) 


15B. CONT RACT OR/OFFEROR 15C. DATE SIGNED 16B. UNITED STATES OF AMERICA 16C. DATE SIGNED 

a | 29-Var-2021 
(Signature of person authorized to sign) (Signature of Contracting Officer) 

EXCEPTION TO SF 30 30-105-04 STANDARD FORM 30 (Rev. 10-83) 

APPROVED BY OIRM 11-84 Prescribed by GSA 


FAR (48 CFR) 53.243 
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SECTION SF 30 BLOCK 14 CONTINUATION PAGE 


The following items are applicable to this modification: 


The purpose of the bilateral modification PO0004 to W911SR-20-C-0049 is as follows: 


a. 


Reduce the total quantity 7}! [TT 2nd De- 
Obligate BQ of funding from QQ accordingly. 


Reduce the total quantity 07 i! [i anc De- 
Obligate I of funding from GQ accordingly. 


Reduce the total quantity 0” i! i 2nd De- 
Obligate BQ of funding from QQ accordingly. 


Ad Tt i with 2 total quantity of 
DIG funding is obligated to Ri. 
Add Tt i with 2 total quantity of 
DIGEEEEE funding is obligated to RI. 
Ad Tt (i with 2 total quantity of 
DIGEEEEEE funding is obligated to Bi. 


Update the Delivery Schedule for all affected CLINs due to the above noted CLIN 
changes and additions. 


. CONSIDERATION: Due to the change from AND the price 


increase for each unit, the Government is accepting consideration from gg in 
the form of (J confirming they will accept a future modification to extend 
the air freight requirements through the end of the contract period of performance on 
a T&M basis (with no additional profit to 3) which the Government plans 
to incorporate on an upcoming modification. QI confirmed that this was 
acceptable as consideration on a teleconference with the Government on 22 January, 
2021. 


All other terms and conditions remain the same. 


SUMMARY OF CHANGES 
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SECTION SF 1449 - CONTINUATION SHEET 


SOLICITATION/CONTRACT FORM 


The total cost of this contract was increased by 9 from GN to 
(b) (4) 


SUPPLIES OR SERVICES AND PRICES 


CLIN 0001 
The CLIN description has changed from 9 is (0 (IG and 


Replaced with CLIN 6. 
The CLIN extended description has changed from: 


To: 


This CLIN for is REMOVED and replaced with CLIN 6 to allow the 
Government to deobligate the funds from this CLIN and allow the funds with additional funding to be added to 


CLIN 6. 


The pricing detail quantity has decreased by QE [tom QE . 
The total cost of this line item has decreased by QE {rom x  - 


CLIN 0002 
The pricing detail quantity has decreased by 9 [om 
The total cost of this line item has decreased by gS {tom (i  . 


CLIN 0003 
The pricing detail quantity has decreased by EE [om 9] . 
The total cost of this line item has decreased by 9 {tom i S . 


CLIN 0006 is added as follows: 


ITEM NO — SUPPLIES/SERVICES QUANTITY UNIT 
0006 Each 
a@® Safety Needle/Syringe By 
FFP 
Ww Safety Needle/Syringe 
FOB: 
MFR PART NR: jgggSafety Needle/Syringe 3 
VENDOR PART NR: Safety Needle/Syringe 


PURCHASE REQUEST NUMBER: 0011601368 
PSC CD: 6515 


ACRN AB 
CIN: GFEBS001160136800001 


CLIN 0007 is added as follows: 


ITEM NO — SUPPLIES/SERVICES QUANTITY UNIT 


0007 


OM Exch 
a@ Safety Needle/Syringe 
FFP 
Safety Needle/Syringe 
FOB: 
MER PART NR: §jggjSafety Needle/Syringe 
VENDOR PART NR: Safety Needle/Syring 
PURCHASE REQUEST NUMBER: 0011601368 
PSC CD: 6515 


ACRN AB 
CIN: GFEBS001160136800002 


CLIN 0008 is added as follows: 


UNIT PRICE 
() (4) | 


NET AMT 


UNIT PRICE 
() (4) | 


NET AMT 
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AMOUNT 
(b) (4) 


AMOUNT 
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ITEM NO — SUPPLIES/SERVICES QUANTITY UNIT UNIT PRICE AMOUNT 
0008 Each tb) (4) 4) 
We Safety Needle/Syringdyay 
FFP 
WE Safety Needle/Syringe RI 
FOB: 
MFR PART NR: gj Safety Needle/Syringe 
VENDOR PART NR: Safety Needle/Syringe 9 
PURCHASE REQUEST NUMBER: 0011601368 
PSC CD: 6515 
NET AMT fo) (4) 
ACRN AB fo) (4) 


CIN: GFEBS001160136800003 


ACCOUNTING AND APPROPRIATION 


Summary for the Payment Office 


As a result of this modification, the total funded amount for this document was increased by 9 


fo as (0 aT. 
CLIN 0001: 


AA: 0212020202120400000664643255 $.0074658.5.2 6100.9000021001 ASXAH (CIN 
GFEBS001152047400001) was decreased by i [om 


CLIN 0002: 


AA: 0212020202120400000664643255 $.0074658.5.2 6100.9000021001 ASXAH (CIN 
GFEBS001152047400002) was decreased by 9 [om 2 


CLIN 0003: 


AA: 0212020202120400000664643255 S.0074658.5.2 6100.9000021001 ASXAH (CIN 
GFEBS001152047400003) was decreased by 9 {om 9] 
CLIN 0006: 


Funding on CLIN 0006 is initiated as follows: 
ACRN: AB 
CIN: GFEBS001160136800001 


Acctng Data: 0212021202220400000665654255 $.0074658.5.2.1 6100.9000021001 
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Total: 
Cost Code: ASXAH 
CLIN 0007: 
Funding on CLIN 0007 is initiated as follows: 
ACRN: AB 
CIN: GFEBS001160136800002 
Acctng Data: 0212021202220400000665654255 $.0074658.5.2.1 6100.9000021001 
Increase: 2 
Total: i 
Cost Code: ASXAH 
CLIN 0008: 
Funding on CLIN 0008 is initiated as follows: 
ACRN: AB 
CIN: GFEBS001160136800003 
Acctng Data: 0212021202220400000665654255 $.0074658.5.2.1 6100.9000021001 
Increase: 9 
Total: Sa 
Cost Code: ASXAH 
DELIVERIES AND PERFORMANCE 
The following Delivery Schedule for CLIN 0001 has been deleted: 
DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 
CAGE 
(b) (4) | i () (4) WS56XNH 
OX ee 
OC 
aay 
Ls 
————E a 
(b) (4) =a a WS56XNH 
—— Sa 
(b) (4) ae NC) WS6XNH 
——Sa 


The following Delivery Schedule Item has been deleted from CLIN 0002: 


DELIVERY DATE 


QUANTITY 


SHIP TO ADDRESS 


The following Delivery Schedule item for CLIN 0002 has been changed from: 


DELIVERY DATE 


DELIVERY DATE 


QUANTITY 


QUANTITY 


SHIP TO ADDRESS 


SHIP TO ADDRESS 


The following Delivery Schedule Item has been deleted from CLIN 0003: 


DELIVERY DATE 


QUANTITY 


SHIP TO ADDRESS 
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DODAAC / 
CAGE 


WS56XNH 


DODAAC / 
CAGE 


WS56XNH 


DODAAC / 
CAGE 


WS56XNH 


DODAAC / 
CAGE 


WS56XNH 
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The following Delivery Schedule item for CLIN 0003 has been changed from: 
DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 
CAGE 
(D) (4) | WS56XNH 
To: 
DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 
CAGE 
(b) (4) ———— | WS6XNH 
The following Delivery Schedule for CLIN 0006 has been added: 
DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 
CAGE 
(D) (4) 4 () (4) W56XNH 
(4) 
4) 
ea 
= <—$—-_ | 
——Eeeel 
(b) (4) | Sar CC WS56XNH 
a 
The following Delivery Schedule for CLIN 0007 has been added: 
DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 
CAGE 
WS56XNH 


The following Delivery Schedule for CLIN 0008 has been added: 


DELIVERY DATE QUANTITY SHIP TO ADDRESS 


INSPECTION AND ACCEPTANCE 


The following Acceptance/Inspection Schedule was added for CLIN 0006: 


INSPECT AT INSPECT BY = ACCEPT AT 
Oa | Pe 

The following Technical Office was added for CLIN 0006: 

(D) (4) 

(0) (6) 

KC) 

—a= 

The following Acceptance/Inspection Schedule was added for CLIN 0007: 
INSPECT AT INSPECT BY = ACCEPT AT 
(D) (6) | | Pe 

The following Technical Office was added for CLIN 0007: 

(b) (4) 

() (6) 

OA) 

a 

The following Acceptance/Inspection Schedule was added for CLIN 0008: 
INSPECT AT INSPECT BY = ACCEPT AT 
Oa es | —— 


The following Technical Office was added for CLIN 0008: 
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WS56XNH 


DODAAC / 
CAGE 


WS56XNH 


WS56XNH 


ACCEPT BY 
as 


ACCEPT BY 
| 


ACCEPT BY 
as 
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(End of Summary of Changes) 


1 CONTRACT ID CODE PAGE OF PAGES 


AMENDMENT OF SOLICITATION/MODIFICATION OF CONTRACT J ; as 


2 AMENDMENT/MODEFICATION NO 3 EFFECTIVEDATE 4 REQUISITION/PURCHASE REQ NO 5 PROJECTNO (Iapplicable) 
P00005 24-Feb-2021 SEE SCHEDULE 


6 ISSUED BY IW911SR 7 ADMINISTERED BY ([fother than item6) PO 


USA CONTRACT NG CMD-APG. - W911SR 
EDGEWOOD CONTRACTING DIVISION See Item 6 
8456 BRIGADE STREET 

BLDG £4215 

ABERDEEN PROVING GROUND MD 21010-5401 


8. NAME AND ADDRESS OF CONTRACTOR (No., Street, County, State and Zip Code) a 9A. AMENDMENT OF SOLICITATION NO. 
HTL-STREFA, NC. 


ia Dacia 
xX 10A. MOD. OF CONTRACT/ORDER NO. 
W911SR20C0049 


ia 10B. DATED (SEE ITEM 13) 
[CODE 71KQO.™C™~—CCC._Cdi AE ycCODE———C—CCC—C#/[L X| 03-Aug-2020 


11. THISITEM ONLY APPLIES TO AMENDMENTS OF SOLICITATIONS 
The above numbered solicitation is amended as set Hrth in Item14 The hour and date specified hr receipt of Ofér [ ] is extended, LJ is not extended 


Offr oust acknowledge receipt ofthis amendment prior to the hour and date specified in the solicitation or as amended by one ofthe Hllowing methods: 

(a) By completing Items 8 and 15, and retuming copies ofthe amendment; (b) By acknowledging receipt ofthis amendment on each copy ofthe offer submitted: 
or (c) By separate letter or telegramwhich includes a refrence to the solicitation and amendment numbers FAILURE OF YOUR ACKNOWLEDGMENT TO BE 
RECEIVED AT THE PLACE DESIGNATED FOR THE RECEIPT OF OFFERS PRIOR TO THE HOUR AND DATE SPECIFIED MAY RESULTIN 

REJECTION OF YOUR OFFER Ifby virtue ofthis amendment you desire to change an offer already submitted, such change may be made by telegramor letter, 
provided each telegramor letter makes re&rence to the solicitation and this amendment, and is received prior to the opening hour and date specified 


12. ACCOUNTING AND APPROPRIATION DATA (If required) 
See Schedule 
13. THISITEM APPLIES ONLY TO MODIFICATIONS OF CONTRACT SYORDERS. 
IT MODIFIES THE CONTRACT/ORDER NO. AS DESCRIBED IN ITEM 14. 
A. THIS CHANGE ORDER IS ISSUED PURSUANT TO: (Specify authority) THE CHANGES SET FORTH IN ITEM 14 ARE MADE IN THE 
CONTRACT ORDER NO. IN ITEM 10A. 


B. THE ABOVE NUMBERED CONT RACT/ORDER IS MODIFIED TO REFLECT THE ADMINIST RATIVE CHANGES (such as changes in paying 
office, appropriation date, etc.) SET FORTH IN ITEM 14. PURSUANT TO THE AUTHORITY OF FAR 43.103(B). 


x |C. THIS SUPPLEMENT AL AGREEMENT IS ENTERED INTO PURSUANT TO AUTHORITY OF: 
Bilateral AAW FAR 52.212-4(c) 


ID. OTHER (Specify type of modification and rity) 
1 


autho: 
E. IMPORTANT: Contractor Cl is not, is required to sign this document and return copies to the issuing office. 


14. DESCRIPTION OF AMENDMENT /MODIFICATION (Organized by UCF section headings, including solicitation/contract subject matter 
where feasible.) 
Modification Control Number: 


The purpose of this modification is: 

1) Extend the air freight end date on T&M CLIN 0005 FROM 

2) Increase the Not to Exceed (NTE) amount on T&M CLIN 0005 FROM| 

3) Add funding to T&M CLIN 0005 (via SubCLIN 000501) in the amount of . 

4) Update the air freight end date in the Statement of Work and FAR Clause 52.212-4 Alt | per the above changes to the Air Freight CLIN. 


All other terms and conditions remain the same. 


Except as provided herein, all terms and conditions ofthe document refrenced in Item9A or 10A. as heretofdre changed, remains unchanged and in fill frce and effect 
15A. NAME AND TITLE OF SIGNER (Type or print) 16A. NAME AND TITLE OF CONTRACTING OFFICER (Type or print) 


15B. CONTRACT OR/OFFEROR 15C. DATE SIGNED 16B_UNITED STATES OF AMERICA 16C. DATE SIGNED 

———————— ee 24-Feb-2021 
(Sagnature of person authorized to sign) (Sagnature of Contracting Officer) 

EXCEPTION TO SF 30 30-105-04 STANDARD FORM 30 (Rev. 10-83) 

APPROVED BY OIRM 11-84 Prescribed by GSA 


FAR (48 CFR) 53.243 
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SUMMARY OF CHANGES 


SECTION SF 1449 - CONTINUATION SHEET 


SOLICITATION/CONTRACT FORM 
The total cost of this contract was increased mb) (4) | 


SUPPLIES OR SERVICES AND PRICES 


CLIN 0005 
The CLIN extended description has changed from: 


into the FFP CLINS) and the additional estimated costs for Air Freight on all shipments by . The 
total invoiced amount on this CLIN cannot exceed the total Funding. The Contractor shall contact the Contracting 
Officer prior to incurring expense against this T&M CLIN if that expense will exceed the Contractor's proposed 
delta between sea freight and air freight. NOTE: Total invoiced amount against this CLIN cannot exceed the total 
funded amount/total line item cost. 


This Time and Materials (T&M) CLIN is for the delta costs incurred between the already included Sea — (built 


To: 


This Time and Materials (T&M) CLIN is for the delta costs incurred between the already included Sea Freight (built 
into the FFP CLINS) and the additional estimated costs for Air Freight on all shipments b (this date 
was extended on Mod P00005 from the previous air freight requirement that ended ). The total 
invoiced amount on this CLIN cannot exceed the total Funding. The Contractor shall contact the Contracting 
Officer prior to incurring expense against this T&M CLIN if that expense will exceed the Contractor's proposed 
delta between sea freight and air freight. NOTE: Total invoiced amount against this CLIN cannot exceed the total 
funded amount/total line item cost. 


The estimated/max cost has increased by : 
The total cost of this line item has increased by : 


SUBCLIN 000501 is added as follows: 


ITEM NO 
000501 


SUPPLIES/SERVICES QUANTITY UNIT UNIT PRICE 


Additional funding for T&M CLIN 0005 

COST 

The purpose of this funding-only subCL IN is to add additional funding to CLIN 
0005 (T&M CLIN for Air Freight) in the amount o to support the 
extension of the air freight end date from on 
modification P00005. 

PURCHASE REQUEST NUMBER: 0011612752 


ESTIMATED COST 
ACRN AC 
CIN: GFEBS001161275200001 


ACCOUNTING AND APPROPRIATION 


Summary for the Payment Office 


W911SR20C0049 
P00005 
Page 3 of 22 


AMOUNT 


As a result of this modification, the total funded amount for this document was increased » OO 


SUBCLIN 000501: 
Funding on SUBCLIN 000501 is initiated as follows: 


ACRN: AC 


CIN: GFEBS001161275200001 


Acctng Data: 021202020212040000066464322N $.0074658.5.2 6100.9000021001 


Cost Code: ASXAH 


DELIVERIES AND PERFORMANCE 


The following Delivery Schedule item for CLIN 0005 has been changed from: 


DELIVERY DATE QUANTITY SHIP TO ADDRESS 


DODAAC / 
CAGE 
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To: 
DELIVERY DATE QUANTITY SHIP TO ADDRESS DODAAC / 
CAGE 
POP N/A W56XNH 
INSPECTION AND ACCEPTANCE 
The following Acceptance/Inspection Schedule was added for SUBCLIN 000501: 
INSPECT AT INSPECT BY ACCEPT AT ACCEPT BY 


N/A N/A N/A N/A 


The following have been modified: 
STATEMENT OF WORK 


This section has been modified. Changes are shown below in red font text. 


STATEMENT OF WORK 
PROCUREMENT OF SAFETY NEEDLES AND SYRINGES FOR COVID-19 


1.0 SCOPE: The Contractor, as an independent Contractor and not as an agent of the 
Government, shall furnish the necessary resources as specified in this Statement of Work 
(SOW), to manufacture and/or supply Safety Needles and Syringes. 


2.0 BACKGROUND: 


On Friday, March 13, 2020, the President declared a national emergency concerning the novel 
coronavirus disease (COVID-19) under section 501(b) of the Robert T. Stafford Disaster Relief 
and Emergency Assistance Act, 42 U.S.C. 5121-5207 (the “Stafford Act). 


The mission of the Division of Strategic National Stockpile (DSNS), of the United States (U-S.) 
Department of Health and Human Services (HHS) Office of the Assistant Secretary for 
Preparedness and Response (ASPR), is to ensure the availability and rapid deployment of life- 
saving pharmaceuticals, antidotes, other medical supplies, and equipment necessary to counter 
the effects of nerve agents, biological pathogens, and chemical agents. When state, local, tribal, 
and territorial public health and medical systems request federal assistance to support their 
response efforts, DSNS ensures the right medicines and supplies get to those who need them 
most during anemergency. When the vaccine becomes available the Government will have an 
immediate need to begin vaccinating the entire U.S. population. To administer the vaccine the 
Government will require needles and syringes to be available. 
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There is an insufficient domestic supply of safety needles and syringes to meet the projected 
needs to vaccinate the nation’s entire population against COVID-19. Should vaccine programs 
be accelerated, demand could outpace available devices to administer a vaccine. 


3.0 OBJECTIVE: The HHS currently has contracts in place with three (3) major 
manufacturers to provide needles and syringes supplies to support the initial preparedness needs 
at the onset of a pandemic outbreak. The objective of this acquisition is to supplement the 
current supply and establish contracts with additional manufacturers and suppliers to provide a 
quantity of up to 500 million safety needles and syringes supplies. 


4.0 REQUIREMENTS: 


4.1. General: 


4.1.1. The Contractor shall “host” a Kick-Off Meeting within one (1) calendar day after 
contract award via teleconference. The Contractor shall provide Meeting Minutes containing a 
detailed overview of the meeting discussions in accordance with (IAW) Contract Data 
Requirements List (CDRL) A001. 


4.1.1.1. The Contractor shall provide a Certificate of Analysis with each shipment per the DD 
Form 1423, Contract Data Requirements List (CDRL) A002, confirming the supplies described 
below meet the Performance Specifications in paragraph 4.2 below. 


4.1.2. The Contractor shall provide copies of 510(k) Approval Letters for ALL supplies 
(dispensing syringes or needles) to demonstrate compliance with Section 510(k) of the Food, 
Drug and Cosmetic Act as part of their proposal. The Contractor shall provide, if necessary, 
510(k) Approval Letters Updates if any information from the initial 510(k) Approval Letters is 
changed/needs to be updated. 


4.1.2.1.1. The Contractor shall ensure all supplies have a “Shelf-Life” with expiration dates of no 
less than five (5) years from the date of sterilization, and must have at least four (4) years of 
remaining expiry from the time of shipment. 


4.1.2.1.2. The Contractor shall only use Current Good Manufacturing Practice (cGMP) 
processes to manufacture the needles and syringes. 


4.1.2.1.3. Period of Performance/Delivery Dates. See the “Delivery Schedule” section of this 
Contract and “Attachment 2-Shipping Information” for all delivery requirements and shipping 
locations. 


4.2. Technical Requirements: 


4.2.1.The Contractor shall provide sterile needle (with Luer hub connection) and syringe (with 
Luer lock connection) units approved by the Food and Drug Administration (FDA) and comply 
with Occupational Safety and Health Administration (OSHA) Needlestick Safety and Prevention 
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Act requirements as a “safety-engineered product.” Safety-engineered supplies include needles 
preventing sharp injuries by either; being completely enclosed after use by an attached shield, or 
be fully retracted within the syringe. The Contractor may provide individual syringes and 
individual needles as long as there is a one-to-one (1:1) ratio. In order to meet the specified 
quantities upon contract award and comply with the specifications in this SOW, the 
following may be provided: (1) individually wrapped sterile syringes with individually 
wrapped sterile needles in a one-to-one (1:1) ratio, (2) sterile needle/syringe combination 
unit, or (3) a mixture of sterile combination units and individually wrapped sterile syringes 
with equal number of individually wrapped sterile needles. 


4.2.2. The Contractor shall only provide acceptable product sizes as described below: 


Individual Syringe: 


Combination Unit: 


Gauge Length 


| Imi |  25G_ | 


4.2.3. Dispensing Syringe: Description: A dispensing syringe allows for the controlled and 
precise flow of liquid. The dispensing syringe is used to inject medications or other liquids into 
body tissues. Manual syringes consist of a barrel, stopper, and plunger. 


4.2.3.1. The Contractor shall ensure dispensing syringes comply with Title 21 Code of 
Federal Regulations (CFR) 880.5860 and follow International Standards Organization (ISO) 
7886-1:2017 and the following material specifications: 

=) A device intended for medical purposes that consists of a calibrated hollow 
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barrel and a movable plunger. At one end of the barrel there is a male 
connector (nozzle) for fitting the female connector (hub) of a hypodermic 
single lumen needle; 


423.12: Heavy duty barrel - The barrel has a scale showing the capacity of the syringe. 

4.2.31.3. Stopper - The stopper maintains the fluid in the barrel between the syringe 
nozzle and the plunger; 

ADD AA Plunger - The plunger is used to aspirate and inject fluids into and out of the 
syringe; 

ADS AS: Disposable; 

4.2.3.1.6. Luer lock to accept luer hub applicator (e.g. needle); 

4235.7, Sizes as specified in Section 4.2.2 above; and 

a2 348, Sterile individually wrapped packaging. 


4.2.4. Hypodermic Needle: Description: A Hypodermic needle is a slender, hollow instrument 
for introducing material into the body parenterally. 


4.2.4.1. The Contractor shall ensure hypodermic needles comply with 21 CFR 880.5570, OSHA 
Needlestick Safety and Prevention Act, and follow International Standards Organization (ISO) 
7864, and the following specifications: 


4.2.4.1.1. Disposable; 

4.2.4.1.2. Luer hub to attach to luer lock syringe; 

4.2.4.1.3. See Tables in Sections 4.2.2 above for acceptable needle length and gauges; 
4.2.4.1.4. Sterile individually wrapped packaging; and 

4.2.4.1.5. Safety-engineered. 


4.3. Delivery Location and Shipping Requirements: See Attachment 2-“Shipping 
Information” for all delivery locations and shipping requirements. 


4.3.1. The Contractor shall provide Packing Slips with all shipments per CDRL A003. The 
Packing Slips shall include the following: (1) Contract number, (2) Item description, (3) Part 
number, (4) Lot numbers; and (5) Quantities. The Packing Slips shall include BOTH: (1) a 
Packing Slip Paper Copy with the shipment; and (2) a Packing Slip Paper Emailed Copy to the 
Designated Government Representative. 


4.3.2. No Partial Case or Packages quantities will be accepted unless approved by the 
Contracting Officer prior to shipping. 


4.3.3. | The Contractor shall NOT Mixed Lot #'s per Case or per Packages. The Contractor 
shall only provide full case quantities only, unless approved by the Designated Government 
Representative in advance via email. 


4.3.4. The Contractor shall ensure all pallets have the identical TyHi stack pattern, except for 
the final pallet; which would be a partial pallet or individual boxes. 


4.3.5. All supplies shall be delivered on a standard 48" by 40" pallet, not to exceed 60” in 
height, stretch wrapped, clear-wrapped is preferred, and secured to the pallet for safe transport. 
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4.3.6. The Contractor shall contact the Designated Government Representative to schedule 
delivery appointments. The Government will provide the Designated Government 
Representative(s)’ information at the Kick-Off Meeting. 


4.3.7. Contractor shall contact the Designated Government Representative to schedule delivery 
appointments. 


4.3.8. The Contractor shall ship ALL deliverables via AIR FREIGHT from 
(extension of the previous Air Freight requirement that ende 

). The Contractor shall charge the Delta in costs between Air Freight costs and Sea Freight 
costs already built into this contract. The Contractor shall NOT submit any costs (e.g. labor, 
overhead, profit) other than “other direct costs” per FAR Clause 52.214-4 Alternative one (1) as 
those cost are already included in the contract. The Contractor shall only be reimbursed for 
actual REASONABLE costs and shall provide documented proof (e.g. receipts and paid 
invoices). The Government’s pallet dimension limitations (stated in Section 4.3.5) is how the 
pallets will be delivered, it does NOT restrict pallet heights or other packing dimensions of HOW 
the items are to be shipped (either by air or sea). The Contractor shall follow commercial best 
practices and to maximize/optimize Air Cargo Load, palletization or re-palletization (if needed), 
and drayage. The Government reserves the right to stop this Air Freight requirement prior to 

via email notification from the Contracting Officer due to urgency, followed by a 

bi-lateral modification. The Government also reserves the right to provide transportation (e.g. 
planes) or other logistical services (e.g. palletization) and will notify the Contractor via an email 
from the Contracting Officer. 


4.3.9. Based on mutual agreement at the Post-Award Meeting for delivery schedules, the 
Contractor shall provide an Initial Updated Syringe-Needle Delivery Schedule. The template 
for the Initial Updated Syringe-Needle Delivery Schedule will be provided by the COR. The 
Initial Updated Delivery Schedule shall be provided to the COR within three (3) business days 
after the “Sea to Air Freight Modification.” Thereafter, the Contractor shall, at a minimum, 
provide Weekly Delivery Schedule Updates to the COR by Tuesday, 1400 Eastern Time. 


5.0 Operation Warp Speed (OWS) Contract Language: 


5.1. Disclosure of Information: 


5.1.1. Performance under this contract may require the Contractor to access non-public data and 
information proprietary to a Government agency, another Government Contractor or of such 
nature that its dissemination or use other than as specified in the work statement would be 
adverse to the interests of the Government or others. Neither the Contractor, nor Contractor 
personnel, shall divulge nor release data nor information developed or obtained under 
performance of this contract, except authorized by Government personnel or upon written 
approval of the CO in accordance with OWS or other Government policies and/or guidance. The 
Contractor shall not use, disclose, or reproduce proprietary data that bears a restrictive legend, 
other than as specified in this contract, or any information at all regarding this agency. 
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5.1.2. The Contractor shall comply with all Government requirements for protection of non- 
public information. Unauthorized disclosure of nonpublic information is prohibited by the 
Government’s rules. Unauthorized disclosure may result in termination of the contract, 
replacement of a Contractor employee, or other appropriate redress. Neither the Contractor nor 
the Contractor‘s employees shall disclose or cause to be disseminated, any information 
concerning the operations of the activity, which could result in, or increase the likelihood of, the 
possibility of a breach of the activity‘s security or interrupt the continuity of its operations. 


5.1.3. No information related to data obtained under this contract shall be released or publicized 
without the prior written consent of the COR, whose approval shall not be unreasonably 
withheld, conditioned, or delayed, provided that no such consent is required to comply with any 
law, rule, regulation, court ruling or similar order; for submission to any government entity’ for 
submission to any securities exchange on which the Contractor’s (or its parent corporation’s) 
securities may be listed for trading; or to third parties relating to securing, seeking, establishing 
or maintaining regulatory or other legal approvals or compliance, financing and capital raising 
activities, or mergers, acquisitions, or other business transactions. 


5.2. Publications and Publicity: 


5.2.1. The contractor shall not release any reports, manuscripts, press releases, or abstracts 
about the work being performed under this contract without written notice in advance to the 
Government: 
(a) Unless otherwise specified in this contract, the contractor may publish the results of its 
work under this contract. The contractor shall promptly send a copy of each submission to 
the COR for security review prior to submission. The contractor shall also inform the COR 
when the abstract article or other publication is published, and furnish a copy of it as finally 
published; 
(b) Unless authorized in writing by the CO, the contractor shall not display Government 
logos including Operating Division or Staff Division logos on any publications; 
(c) The contractor shall not reference the products(s) or services(s) awarded under this 
contract in commercial advertising, as defined in FAR 31.205-1, in any manner which 
states or implies Government approval or endorsement of the product(s) or service(s) 
provided; 
(d) The contractor shall include this clause, including this section (d) in all subcontracts 
where the subcontractor may propose publishing the results of its work under the 
subcontract. The contractor shall acknowledge the support of the Government whenever 
publicizing the work under this contract in any media by including an acknowledgement 
substantially as follows: "This project has been funded in whole or in part by the U.S. 
Government under Contract No. XXXX. The US Government is authorized to reproduce 
and distribute reprints for Governmental purposes notwithstanding any copyright notation 
thereon.” 


5.3. Confidentiality of Information: 


5.3.1. Confidential information, as used in this article, means information or data of a personal 
nature about an individual, or proprietary information or data submitted by or pertaining to an 
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institution or organization. 


5.3.2. The Contracting Officer and the Contractor may, by mutual consent, identify elsewhere 
in this contract specific information and/or categories of information which the Government will 
furnish to the Contractor or that the Contractor is expected to generate which is confidential. 
Similarly, the Contracting Officer and the Contractor may, by mutual consent, identify such 
confidential information from time to time during the performance of the contract. Failure to 
agree will be settled pursuant to the "Disputes" clause. 


5.3.3. Ifit is established elsewhere in this contract that information to be utilized under this 
contract, or a portion thereof, is subject to the Privacy Act, the Contractor will follow the rules 
and procedures of disclosure set forth in the Privacy Act of 1974, 5 U.S.C. 552a, and 
implementing regulations and policies, with respect to systems of records determined to be 
subject to the Privacy Act. 


5.3.4. Confidential information, as defined in paragraph (a) of this article, shall not be disclosed 
without the prior written consent of the individual, institution, or organization. Whenever the 
Contractor is uncertain with regard to the proper handling of material under the contract, or if the 
material in question is subject to the Privacy Act or is confidential information subject to the 
provisions of this article, the Contractor shall obtain a written determination from the 
Contracting Officer prior to any release, disclosure, dissemination, or publication. 


5.3.5. Contracting Officer Determinations will reflect the result of internal coordination with 
appropriate program and legal officials. 


5.3.6. The provisions of paragraph (d) of this article shall not apply to conflicting or 
overlapping provisions in other Federal, State or local laws. 


5.3.7. All above requirements MUST be passed to all Sub-contractors. 


5.4. Organizational Conflicts of Interest: 


5.4.1. Performance under this contract may create an actual or potential organizational conflict 
of interest such as are contemplated by FAR Part 9.505-General Rules. The Contractor shall not 
engage in any other contractual or other activities which could create an organizational conflict 
of interest (OCI). This provision shall apply to the prime Contractor and all sub-Contractors. 
This provision shall have effect throughout the period of performance of this contract, any 
extensions thereto by change order or supplemental agreement, and for two (2) years thereafter. 
The Government may pursue such remedies as may be permitted by law or this contract, upon 
determination that an OCI has occurred. 


5.4.2. The work performed under this contract may create a significant potential for certain 
conflicts of interest, as set forth in FAR Parts 9.505-1, 9.505-2, 9.505-3, and 9.505-4. It is the 
intention of the parties hereto to prevent both the potential for bias in connection with the 
Contractor‘s performance of this contract, as well as the creation of any unfair competitive 
advantage as a result of knowledge gained through access to any non-public data or third party 
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proprietary information. 


5.4.3. The Contractor shall notify the Contracting Officer immediately whenever it becomes 
aware that such access or participation may result in any actual or potential OCI. Furthermore, 
the Contractor shall promptly submit a plan to the Contracting Officer to either avoid or mitigate 
any such OCI. The Contracting Officer will have sole discretion in accepting the Contractor‘s 
mitigation plan. In the event the Contracting Officer unilaterally determines that any such OCI 
cannot be satisfactorily avoided or mitigated, other remedies may be taken to prohibit the 
Contractor from participating in contract requirements related to OCI. 


5.4.4. Whenever performance of this contract provides access to another Contractor‘s 
proprietary information, the Contractor shall enter into a written agreement with the other entities 
involved, as appropriate, in order to protect such proprietary information from unauthorized use 
or disclosure for as long as it remains proprietary; and refrain from using such proprietary 
information other than as agreed to, for example to provide assistance during technical 
evaluation of other Contractors’ offers or products under this contract. An executed copy of all 


proprietary information agreements by individual personnel or on a corporate basis shall be 
furnished to the CO within fifteen (15) calendar days of execution. 


Additional Reporting Requirements. 


AIR SHIPMENTS: 


Within 4 hours of departure (from the airport of origin), contractor is required to provide the 
following information for every air shipment provided under this contract: 


Carrier Name: 

Aircraft Tail Number: 

Aircraft Manufacture/Model (i.e. Boeing 747): 

Port of Departure: 

Time/Date of Departure (US Eastern Standard Time - EST): 

Port of Arrival (final destination): 

Schedule time/date of Arrival at Final Destination (US Eastern Standard Time - EST): 


Detailed descriptions and quantities/count by individual item shall be included for each air 
shipment. 


Actual Time/date of Arrival at final port: 
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If aircraft is diverted and/or anticipated to arrive at final destination more than 4 hours after 
scheduled arrival time/date, contractor shall provide written notification and include the new 
estimated arrival time/date. 


WAREHOUSED ITEMS - Contract Items stored/staged at interim locations prior to air 
shipment at contractor warehouses and/or warehouses utilized by contractor subcontractors 
and/or transportation agents. The contractor is required to provide a daily report not later than 
1700 US Eastern Standard Time (EST) including the following information: 


Location of Warehouse(s): 

Complete physical address of warehouse(s): 
Warehouse POC: 

Warehouse POC telephone number and email address: 


For each warehouse location, detailed descriptions and quantities/count by individual item 
warehoused and ready for shipment. 


ADDITIONAL NOTES: 


1. Concurrently, all information required under this contract modification shall be provided 
by email to the following individuals: 


a) ACC-APG Email Address — Email Address TBD via email from Contracting Officer 
after execution of modification. 


b) ACC HQs PO, I 


This clause has been updated. Changes are shown below in red font text. 


§2.212-4 CONTRACT TERMS AND CONDITIONS -- COMMERCIAL ITEMS (OCT 2018) ALTERNATE I 
(JAN 2017) 


When a time-and-materials or labor-hour contract is contemplated, substitute the following paragraphs (a), 
(e), (i), (1), and (m) for those in the basic clause. 


(a) Inspection/Acceptance. 


(1) The Government has the right to inspect and test all materials furnished and services performed under this 
contract, to the extent practicable at all places and times, including the period of performance, and in any event 
before acceptance. The Government may also inspect the plant or plants of the Contractor or any subcontractor 
engaged in contract performance. The Government will perform inspections and tests in a manner that will not 
unduly delay the work. 


W911SR20C0049 
P00005 
Page 13 of 22 


(2) If the Government performs inspection or tests on the premises of the Contractor or a subcontractor, the 
Contractor shall furnish and shall require subcontractors to furnish all reasonable facilities and assistance for the safe 
and convenient performance of these duties. 


(3) Unless otherwise specified in the contract, the Government will accept or reject services and materials at the 
place of delivery as promptly as practicable after delivery, and they will be presumed accepted 60 days after the date 
of delivery, unless accepted earlier. 


(4) At any time during contract performance, but not later than 6 months (or such other time as may be specified in 
the contract) after acceptance of the services or materials last delivered under this contract, the Government may 
require the Contractor to replace or correct services or materials that at time of delivery failed to meet contract 
requirements. Except as otherwise specified in paragraph (a)(6) of this clause, the cost of replacement or correction 
shall be determined under paragraph (1) of this clause, but the “hourly rate” for labor hours incurred in the 
replacement or correction shall be reduced to exclude that portion of the rate attributable to profit. Unless otherwise 
specified below, the portion of the “hourly rate” attributable to profit shall be 10 percent. The Contractor shall not 
tender for acceptance materials and services required to be replaced or corrected without disclosing the former 
requirement for replacement or correction, and, when required, shall disclose the corrective action taken. 0% (Insert 
portion of labor rate attributable to profit.) 


(5) If the Contractor fails to proceed with reasonable promptness to perform required replacement or correction, and 
if the replacement or correction can be performed within the ceiling price (or the ceiling price as increased by the 
Government), the Government may— 


(A) By contract or otherwise, perform the replacement or correction, charge to the Contractor any increased cost, or 
deduct such increased cost from any amounts paid or due under this contract; or 


(B) Terminate this contract for cause. 


(ii) Failure to agree to the amount of increased cost to be charged to the Contractor shall be a dispute under the 
Disputes clause of the contract. 


(6) Notwithstanding paragraphs (a)(4) and (5) above, the Government may at any time require the Contractor to 
remedy by correction or replacement, without cost to the Government, any failure by the Contractor to comply with 
the requirements of this contract, if the failure is due to— 


(i) Fraud, lack of good faith, or willful misconduct on the part of the Contractor's managerial personnel; or 


(1i) The conduct of one or more of the Contractor’s employees selected or retained by the Contractor after any of the 
Contractor’s managerial personnel has reasonable grounds to believe that the employee is habitually careless or 
unqualified. 


(7) This clause applies in the same manner and to the same extent to corrected or replacement materials or services 
as to materials and services originally delivered under this contract. 


(8) The Contractor has no obligation or liability under this contract to correct or replace materials and services that 
at time of delivery do not meet contract requirements, except as provided in this clause or as may be otherwise 
specified in the contract. 


(9) Unless otherwise specified in the contract, the Contractor's obligation to correct or replace Government- 
furnished property shall be governed by the clause pertaining to Government property. 


(b) Assignment. The Contractor or its assignee may assign its rights to receive payment due as a result of 
performance of this contract to a bank, trust company, or other financing institution, including any Federal lending 
agency in accordance with the Assignment of Claims Act (31 U.S.C. 3727). However, when a third party makes 
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payment (e.g., use of the Governmentwide commercial purchase card), the Contractor may not assign its rights to 
receive payment under this contract. 


(c) Changes. Changes in the terms and conditions of this contract may be made only by written agreement of the 
parties. 


(d) Disputes. This contract is subject to 41 U.S.C. chapter 71, Contract Disputes, as amended (41 U.S.C. 601-613). 
Failure of the parties to this contract to reach agreement on any request for equitable adjustment, claim, appeal or 
action arising under or relating to this contract shall be a dispute to be resolved in accordance with the clause at FAR 
52.233-1, Disputes, which is incorporated herein by reference. The Contractor shall proceed diligently with 
performance of this contract, pending final resolution of any dispute arising under the contract. 


(e) Definitions. 
(1) The clause at FAR 52.202-1, Definitions, is incorporated herein by reference. As used in this clause— 


(i) Direct materials means those materials that enter directly into the end product, or that are used or consumed 
directly in connection with the furnishing of the end product or service. 


(ii) Hourly rate means the rate(s) prescribed in the contract for payment for labor that meets the labor category 
qualifications of a labor category specified in the contract that are— 


(A) Performed by the contractor; 

(B) Performed by the subcontractors; or 

(C) Transferred between divisions, subsidiaries, or affiliates of the contractor under a common control. 
(iii) Materials means— 


(A) Direct materials, including supplies transferred between divisions, subsidiaries, or affiliates of the contractor 
under a common control; 


(B) Subcontracts for supplies and incidental services for which there is not a labor category specified in the contract; 


(C) Other direct costs (e.g., incidental services for which there is not a labor category specified in the contract, 
travel, computer usage charges, etc.); 


(D) The following subcontracts for services which are specifically excluded from the hourly rate: Not Applicable 
(Insert any subcontracts for services to be excluded from the hourly rates prescribed in the schedule); and 


(E) Indirect costs specifically provided for in this clause. 


(iv) Subcontract means any contract, as defined in FAR Subpart 2.1, entered into with a subcontractor to furnish 
supplies or services for performance of the prime contract or a subcontract including transfers between divisions, 
subsidiaries, or affiliates of a contractor or subcontractor. It includes, but is not limited to, purchase orders, and 
changes and modifications to purchase orders. 


(f) Excusable delays. The Contractor shall be liable for default unless nonperformance is caused by an occurrence 
beyond the reasonable control of the Contractor and without its fault or negligence such as, acts of God or the public 
enemy, acts of the Government in either its sovereign or contractual capacity, fires, floods, epidemics, quarantine 
restrictions, strikes, unusually severe weather, and delays of common carriers. The Contractor shall notify the 
Contracting Officer in writing as soon as it is reasonably possible after the commencement of any excusable delay, 
setting forth the full particulars in connection therewith, shall remedy such occurrence with all reasonable dispatch, 
and shall promptly give written notice to the Contracting Officer of the cessation of such occurrence. 
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(g) Invoice. 


(1) The Contractor shall submit an original invoice and three copies (or electronic invoice, if authorized) to the 
address designated in the contract to receive invoices. An invoice must include— 


(i) Name and address of the Contractor; 

(i1) Invoice date and number; 

(iii) Contract number, line item number and, if applicable, the order number; 

(iv) Description, quantity, unit of measure, unit price and extended price of the items delivered; 


(v) Shipping number and date of shipment, including the bill of lading number and weight of shipment if shipped on 
Government bill of lading; 


(vi) Terms of any discount for prompt payment offered; 
(vii) Name and address of official to whom payment is to be sent; 
(viii) Name, title, and phone number of person to notify in event of defective invoice; and 


(ix) Taxpayer Identification Number (TIN). The Contractor shall include its TIN on the invoice only if required 
elsewhere in this contract. 


(x) Electronic funds transfer (EFT) banking information. 

(A) The Contractor shall include EFT banking information on the invoice only if required elsewhere in this contract. 
(B) If EFT banking information is not required to be on the invoice, in order for the invoice to be a proper invoice, 
the Contractor shall have submitted correct EFT banking information in accordance with the applicable solicitation 
provision, contract clause (e.g., 52.232-33, Payment by Electronic Funds Transfer—System for Award 
Management, or 52.232-34, Payment by Electronic Funds Transfer—Other Than System for Award Management), 
or applicable agency procedures. 


(C) EFT banking information is not required if the Government waived the requirement to pay by EFT. 


(2) Invoices will be handled in accordance with the Prompt Payment Act (31 U.S.C. 3903) and Office of 
Management and Budget (OMB) prompt payment regulations at 5 CFR Part 1315. 


(h) Patent indemnity. The Contractor shall indemnify the Government and its officers, employees and agents against 
liability, including costs, for actual or alleged direct or contributory infringement of, or inducement to infringe, any 
United States or foreign patent, trademark or copyright, arising out of the performance of this contract, provided the 
Contractor is reasonably notified of such claims and proceedings. 


(1) Payments. 


(1) Work performed. The Government will pay the Contractor as follows upon the submission of commercial 
invoices approved by the Contracting Officer: 


(i) Hourly rate. 


(A) The amounts shall be computed by multiplying the appropriate hourly rates prescribed in the contract by the 
number of direct labor hours performed. Fractional parts of an hour shall be payable on a prorated basis. 
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(B) The rates shall be paid for all labor performed on the contract that meets the labor qualifications specified in the 
contract. Labor hours incurred to perform tasks for which labor qualifications were specified in the contract will not 
be paid to the extent the work is performed by individuals that do not meet the qualifications specified in the 
contract, unless specifically authorized by the Contracting Officer. 


(C) Invoices may be submitted once each month (or at more frequent intervals, if approved by the Contracting 
Officer) to the Contracting Officer or the authorized representative. 


(D) When requested by the Contracting Officer or the authorized representative, the Contractor shall substantiate 
invoices (including any subcontractor hours reimbursed at the hourly rate in the schedule) by evidence of actual 
payment, individual daily job timecards, records that verify the employees meet the qualifications for the labor 
categories specified in the contract, or other substantiation specified in the contract. 


(E) Unless the Schedule prescribes otherwise, the hourly rates in the Schedule shall not be varied by virtue of the 
Contractor having performed work on an overtime basis. 


(1) If no overtime rates are provided in the Schedule and the Contracting Officer approves overtime work in 
advance, overtime rates shall be negotiated. 


(2) Failure to agree upon these overtime rates shall be treated as a dispute under the Disputes clause of this contract. 


(3) If the Schedule provides rates for overtime, the premium portion of those rates will be reimbursable only to the 
extent the overtime is approved by the Contracting Officer. 


(ii) Materials. 


(A) If the Contractor furnishes materials that meet the definition of a commercial item at 2.101, the price to be paid 
for such materials shall not exceed the Contractor's established catalog or market price, adjusted to reflect the-- 


(Z) Quantities being acquired; and 

(2) Any modifications necessary because of contract requirements. 

(B) Except as provided for in paragraph (i)(1)(ii)(A) and (D)(2) of this clause, the Government will reimburse the 
Contractor the actual cost of materials (less any rebates, refunds, or discounts received by the contractor that are 
identifiable to the contract) provided the Contractor— 


(/) Has made payments for materials in accordance with the terms and conditions of the agreement or invoice; or 


(2) Makes these payments within 30 days of the submission of the Contractor’s payment request to the Government 
and such payment is in accordance with the terms and conditions of the agreement or invoice. 


(C) To the extent able, the Contractor shall— 


() Obtain materials at the most advantageous prices available with due regard to securing prompt delivery of 
satisfactory materials; and 


(2) Give credit to the Government for cash and trade discounts, rebates, scrap, commissions, and other amounts that 
are identifiable to the contract. 


(D) Other Costs. Unless listed below, other direct and indirect costs will not be reimbursed. 


() Other Direct Costs. The Government will reimburse the Contractor on the basis of actual cost for the following, 
provided such costs comply with the requirements in paragraph (i)(1)(ii)(B) of this clause: Any Delta in cost 
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between the already included Sea Freight and Air Freight for shipments prior to : (Insert each 
element of other direct costs (e.g., travel, computer usage charges, etc. Insert “None” if no rembursement for other 
direct costs will be provided. If this is an indefinite delivery contract, the Contracting Officer may insert “Each order 
must list separately the elements of other direct charge(s) for that order or, if no reimbursement for other direct costs 
will be provided, insert ‘None’.) 


(2) Indirect Costs (Material Handling, Subcontract Administration, etc.. The Government will reimburse the 
Contractor for indirect costs on a pro-rata basis over the period of contract performance at the following fixed price: 
$0 (Insert a fixed amount for the indirect costs and payment schedule. Insert “$0” if no fixed price reimbursement 
for indirect costs will be provided. (If this is an indefinite delivery contract, the Contracting Officer may insert 
“Each order must list separately the fixed amount for the indirect costs and payment schedule or, if no 
reimbursement for indirect costs, insert “None’). 


(2) Total cost. It is estimated that the total cost to the Government for the performance of this contract shall not 
exceed the ceiling price set forth in the Schedule and the Contractor agrees to use its best efforts to perform the work 
specified in the Schedule and all obligations under this contract within such ceiling price. If at any time the 
Contractor has reason to believe that the hourly rate payments and material costs that will accrue in performing this 
contract in the next succeeding 30 days, if added to all other payments and costs previously accrued, will exceed 85 
percent of the ceiling price in the Schedule, the Contractor shall notify the Contracting Officer giving a revised 
estimate of the total price to the Government for performing this contract with supporting reasons and 
documentation. If at any time during the performance of this contract, the Contractor has reason to believe that the 
total price to the Government for performing this contract will be substantially greater or less than the then stated 
ceiling price, the Contractor shall so notify the Contracting Officer, giving a revised estimate of the total price for 
performing this contract, with supporting reasons and documentation. If at any time during performance of this 
contract, the Government has reason to believe that the work to be required in performing this contract will be 
substantially greater or less than the stated ceiling price, the Contracting Officer will so advise the Contractor, giving 
the then revised estimate of the total amount of effort to be required under the contract. 


(3) Ceiling price. The Government will not be obligated to pay the Contractor any amount in excess of the ceiling 
price in the Schedule, and the Contractor shall not be obligated to continue performance if to do so would exceed the 
ceiling price set forth in the Schedule, unless and until the Contracting Officer notifies the Contractor in writing that 
the ceiling price has been increased and specifies in the notice a revised ceiling that shall constitute the ceiling price 
for performance under this contract. When and to the extent that the ceiling price set forth in the Schedule has been 
increased, any hours expended and material costs incurred by the Contractor in excess of the ceiling price before the 
increase shall be allowable to the same extent as if the hours expended and material costs had been incurred after the 
increase in the ceiling price. 


(4) Access to records. At any time before final payment under this contract, the Contracting Officer (or authorized 
representative) will have access to the following (access shall be limited to the listing below unless otherwise agreed 


to by the Contractor and the Contracting Officer): 


(1) Records that verify that the employees whose time has been included in any invoice meet the qualifications for 
the labor categories specified in the contract; 


(11) For labor hours (including any subcontractor hours reimbursed at the hourly rate in the schedule), when 
timecards are required as substantiation for payment— 


(A) The original timecards (paper-based or electronic); 
(B) The Contractor’s timekeeping procedures; 
(C) Contractor records that show the distribution of labor between jobs or contracts; and 


(D) Employees whose time has been included in any invoice for the purpose of verifying that these employees have 
worked the hours shown on the invoices. 
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(111) For material and subcontract costs that are reimbursed on the basis of actual cost— 

(A) Any invoices or subcontract agreements substantiating material costs; and 

(B) Any documents supporting payment of those invoices. 

(5) Overpayments/Underpayments. Each payment previously made shall be subject to reduction to the extent of 
amounts, on preceding invoices, that are found by the Contracting Officer not to have been properly payable and 
shall also be subject to reduction for overpayments or to increase for underpayments. The Contractor shall promptly 
pay any such reduction within 30 days unless the parties agree otherwise. The Government within 30 days will pay 
any such increases, unless the parties agree otherwise. The Contractor's payment will be made by check. If the 
Contractor becomes aware of a duplicate invoice payment or that the Government has otherwise overpaid on an 


invoice payment, the Contractor shall-- 


(1) Remit the overpayment amount to the payment office cited in the contract along with a description of the 
overpayment including the-- 


(A) Circumstances of the overpayment (e.g., duplicate payment, erroneous payment, liquidation errors, date(s) of 
overpayment); 


(B) Affected contract number and delivery order number, if applicable; 

(C) Affected line item or subline item, if applicable; and 

(D) Contractor point of contact. 

(11) Provide a copy of the remittance and supporting documentation to the Contracting Officer. 

(6)(i) All amounts that become payable by the Contractor to the Government under this contract shall bear simple 
interest from the date due until paid unless paid within 30 days of becoming due. The interest rate shall be the 
interest rate established by the Secretary of the Treasury, as provided in 41 U.S.C. 

7109, which is applicable to the period in which the amount becomes due, and then at the rate applicable for each 


six month period as established by the Secretary until the amount is paid. 


(11) The Government may issue a demand for payment to the Contractor upon finding a debt is due under the 
contract. 


(iii) Final Decisions. The Contracting Officer will issue a final decision as required by 33.211 if-- 


(A) The Contracting Officer and the Contractor are unable to reach agreement on the existence or amount of a debt 
in a timely manner; 


(B) The Contractor fails to liquidate a debt previously demanded by the Contracting Officer within the timeline 
specified in the demand for payment unless the amounts were not repaid because the Contractor has requested an 


installment payment agreement; or 


(C) The Contractor requests a deferment of collection on a debt previously demanded by the Contracting Officer 
(see FAR 32.607-2). 


(iv) If a demand for payment was previously issued for the debt, the demand for payment included in the final 
decision shall identify the same due date as the original demand for payment. 


(v) Amounts shall be due at the earliest of the following dates: 
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(A) The date fixed under this contract. 


(B) The date of the first written demand for payment, including any demand for payment resulting from a default 
termination. 


(vi) The interest charge shall be computed for the actual number of calendar days involved beginning on the due 
date and ending on-- 


(A) The date on which the designated office receives payment from the Contractor; 


(B) The date of issuance of a Government check to the Contractor from which an amount otherwise payable has 
been withheld as a credit against the contract debt; or 


(C) The date on which an amount withheld and applied to the contract debt would otherwise have become payable to 
the Contractor. 


(vii) The interest charge made under this clause may be reduced under the procedures prescribed in 32.608-2 of the 
Federal Acquisition Regulation in effect on the date of this contract. 


(viii) Upon receipt and approval of the invoice designated by the Contractor as the ‘completion invoice" and 
supporting documentation, and upon compliance by the Contractor with all terms of this contract, any outstanding 
balances will be paid within 30 days unless the parties agree otherwise. The completion invoice, and supporting 
documentation, shall be submitted by the Contractor as promptly as practicable following completion of the work 
under this contract, but in no event later than | year (or such longer period as the Contracting Officer may approve 
in writing) from the date of completion. 


(7) Release of claims. The Contractor, and each assignee under an assignment entered into under this contract and in 
effect at the time of final payment under this contract, shall execute and deliver, at the time of and as a condition 
precedent to final payment under this contract, a release discharging the Government, its officers, agents, and 
employees of and from all liabilities, obligations, and claims arising out of or under this contract, subject only to the 
following exceptions. 


(1) Specified claims in stated amounts, or in estimated amounts if the amounts are not susceptible to exact statement 
by the Contractor. 


(11) Claims, together with reasonable incidental expenses, based upon the liabilities of the Contractor to third parties 
arising out of performing this contract, that are not known to the Contractor on the date of the execution of the 
release, and of which the Contractor gives notice in writing to the Contracting Officer not more than 6 years after the 
date of the release or the date of any notice to the Contractor that the Government is prepared to make final 
payment, whichever is earlier. 


(iii) Claims for reimbursement of costs (other than expenses of the Contractor by reason of its indemnification of the 
Government against patent liability), including reasonable incidental expenses, incurred by the Contractor under the 
terms of this contract relating to patents. 


(8) Prompt payment. The Government will make payment in accordance with the Prompt Payment Act (31 U.S.C. 
3903) and prompt payment regulations at 5 CFR part 1315. 


(9) Electronic Funds Transfer (EFT). If the Government makes payment by EFT, see 52.212-5(b) for the appropriate 
EFT clause. 


(10) Discount. In connection with any discount offered for early payment, time shall be computed from the date of 
the invoice. For the purpose of computing the discount earned, payment shall be considered to have been made on 
the date that appears on the payment check or the specified payment date if an electronic funds transfer payment is 
made. 
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(j) Risk of loss. Unless the contract specifically provides otherwise, risk of loss or damage to the supplies provided 
under this contract shall remain with the Contractor until, and shall pass to the Government upon: 


(1) Delivery of the supplies to a carrier, if transportation is f.0.b. origin; or 


(2) Delivery of the supplies to the Government at the destination specified in the contract, if transportation is f.o.b. 
destination. 


(k) Taxes. The contract price includes all applicable Federal, State, and local taxes and duties. 


(1) Termination for the Government’s convenience. The Government reserves the right to terminate this contract, or 
any part hereof, for its sole convenience. In the event of such termination, the Contractor shall immediately stop all 
work hereunder and shall immediately cause any and all of its suppliers and subcontractors to cease work. Subject to 
the terms of this contract, the Contractor shall be paid an amount for direct labor hours (as defined in the Schedule 
of the contract) determined by multiplying the number of direct labor hours expended before the effective date of 
termination by the hourly rate(s) in the contract, less any hourly rate payments already made to the Contractor plus 
reasonable charges the Contractor can demonstrate to the satisfaction of the Government using its standard record 
keeping system that have resulted from the termination. The Contractor shall not be required to comply with the cost 
accounting standards or contract cost principles for this purpose. This paragraph does not give the Government any 
right to audit the Contractor’s records. The Contractor shall not be paid for any work performed or costs incurred 
that reasonably could have been avoided. 


(m) Termination for cause. The Government may terminate this contract, or any part hereof, for cause in the event of 
any default by the Contractor, or if the Contractor fails to comply with any contract terms and conditions, or fails to 
provide the Government, upon written request, with adequate assurances of future performance. Subject to the terms 
of this contract, the Contractor shall be paid an amount computed under paragraph (i) Payments of this clause, but 
the “hourly rate" for labor hours expended in 

furnishing work not delivered to or accepted by the Government shall be reduced to exclude that portion of the rate 
attributable to profit. Unless otherwise specified in paragraph (a)(4) of this clause, the portion of the “‘hourly rate" 
attributable to profit shall be 10 percent. In the event of termination for cause, the 

Contractor shall be liable to the Government for any and all rights and remedies provided by law. If it is determined 
that the Government improperly terminated this contract for default, such termination shall be deemed a termination 
for convenience. 


(n) Title. Unless specified elsewhere in this contract, title to items furnished under this contract shall pass to the 
Government upon acceptance, regardless of when or where the Government takes physical possession. 


(o) Warranty. The Contractor warrants and implies that the items delivered hereunder are merchantable and fit for 
use for the particular purpose described in this contract. 


(p) Limitation of liability. Except as otherwise provided by an express warranty, the Contractor will not be liable to 
the Government for consequential damages resulting from any defect or deficiencies in accepted items. 


(q) Other compliances. The Contractor shall comply with all applicable Federal, State and local laws, executive 
orders, rules and regulations applicable to its performance under this contract. 


(r) Compliance with laws unique to Government contracts. The Contractor agrees to comply with 31 U.S.C. 1352 
relating to limitations on the use of appropriated funds to influence certain Federal contracts; 18 U.S.C. 431 relating 
to officials not to benefit; 40 U.S.C. chapter 37, Contract Work Hours and Safety Standards; 41 U.S.C. chapter 87, 
Kickbacks; 41 U.S.C. 4712 and 10 U.S.C. 2409 relating to 

whistleblower protections; 49 U.S.C. 40118, Fly American; and 41 U.S.C. chapter 21 relating to procurement 
integrity. 
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(s) Order of precedence. Any inconsistencies in this solicitation or contract shall be resolved by giving precedence in 
the following order: 


(1) The schedule of supplies/services. 


(2) The Assignments, Disputes, Payments, Invoice, Other Compliances, Compliance with Laws Unique to 
Government Contracts, and Unauthorized Obligations paragraphs of this clause; 


(3) The clause at 52.212-5. 

(4) Addenda to this solicitation or contract, including any license agreements for computer software. 
(5) Solicitation provisions if this is a solicitation. 

(6) Other paragraphs of this clause. 


(7) The Standard Form 1449. 


(8) Other documents, exhibits, and attachments. 
(9) The specification. 

(t) Reserved. 

(u) Unauthorized Obligations. 


(1) Except as stated in paragraph (u)(2) of this clause, when any supply or service acquired under this contract is 
subject to any End User License Agreement (EULA), 

Terms of Service (TOS), or similar legal instrument or agreement, that includes any clause requiring the 
Government to indemnify the Contractor or any person or entity for damages, costs, fees, or any 

other loss or liability that would create an Anti-Deficiency Act violation (31 U.S.C. 1341), the following shall 
govern: 


(1) Any such clause is unenforceable against the Government. 

(11) Neither the Government nor any Government authorized end user shall be deemed to have agreed to such clause 
by virtue of it appearing in the EULA, TOS, or similar legal instrument or agreement. If the EULA, TOS, or similar 
legal instrument or agreement is invoked through an *‘I agree" click box or other 

comparable mechanism (e.g., ‘‘click-wrap" or “‘browse-wrap" agreements), execution does not bind the Government 
or any Government authorized end user to such clause. 


(111) Any such clause is deemed to be stricken from the EULA, TOS, or similar legal instrument or agreement. 


(2) Paragraph (u)(1) of this clause does not apply to indemnification by the Government that is expressly authorized 
by statute and specifically authorized under applicable agency regulations and procedures. 


(v) Incorporation by reference. The Contractor's representations and certifications, including those completed 
electronically via the System for Award Management (SAM), are incorporated by reference 
into the contract. 


(End of Clause) 


(End of Summary of Changes) 


W911SR20C0049 
P00005 
Page 22 of 22 


